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ABSTRACT 

The  steel  fabrication  industry  in  the  Pittsburgh 
market  area,  generally  defined  as  Southwestern 
Pennsylvania,  Northern  West  Virginia,  and  the  bordering 
sections  of  Ohio,  is  composed  in  part  of  specialty 
contractors  who  fabricate  and  erect  miscellaneous  metals 
and  light  structural  steel  for  the  construction  industry. 
Many  of  these  fabricators  are  small  businesses  which 
operate  in  a  highly  competitive  environment.  This 
environment  and  the  custom  nature  of  the  steel  fabrication 
industry  make  it  both  challenging  and  critical  to  have 
valid,  reliable  cost  estimates. 

This  report  will  identify  the  need  for  and  trace  the 
development  of  a  computer  program  designed  to  assist  in 
estimating  labor,  material,  and  margin  for  the  fabrication 
and  erection  of  miscellaneous  metals  and  light  structural 
steel.  The  program  uses  a  Lotus  1-2-3  electronic 
spreadsheet  and  the  Lotus  1-2-3  macro  command  language. 

The  computer  assisted  estimate  models  the  estimating  method 
which  a  consultant  currently  uses  to  provide  an  estimating 
service  to  the  miscellaneous  metals  and  structural  steel 
industry. 
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CHAPTER  ONE 


INTRODUCTION 

1 . 1  Purpose 

This  chapter  will  discuss  the  importance  of  accurate 
estimating  to  the  construction  industry,  how  computers  can 
assist  estimators,  and  the  role  a  computer  program  could 
play  in  the  miscellaneous  metals  and  light  structural  steel 
industry.  This  report  focuses  on  the  Pittsburgh  market 
area  which  is  generally  defined  as  Southwestern 
Pennsylvania,  Northern  West  Virginia,  and  the  bordering 
sections  of  Ohio.  The  development  of  the  estimating 
program  evolved  through  interviews  with  a  consultant  to  the 
steel  fabrication  industry  whose  services  include  material 
takeoff  and  estimating.  The  program  models  the 
consultant's  estimating  method. 

Later  chapters  build  on  the  concepts  introduced  in 
this  chapter.  Chapter  Two  discusses  the  steel  fabrication 
industry,  the  consultant's  role  within  the  industry,  and 
establishes  the  need  for  a  computer  program  to  assist 
estimators.  Chapter  Three  discusses  the  estimate  components 
and  how  they  combine  to  form  a  complete  estimate.  Chapter 
Four  traces  the  development  of  a  computer  program  which 
assists  in  estimating.  Chapter  Five  is  an  operating  manual 
for  the  program.  Chapter  Six  discusses  a  case  study  to 
demonstrate  the  program's  capabilities  and  the  value  of  the 
estimate  format.  Chapter  Seven  presents  conclusions  and 


recommendations  based  on  the  discussion  in  the  previous 
chapters . 


1 . 2  The  Importance  of  Estimating 

Estimating  is  perhaps  the  most  important  skill  in  the 
construction  industry.  The  contractor  is  expected  to  make 
a  significant  financial  commitment  which  is  based  on  a 
forecast  of  future  events.  The  estimate  must  account  for 
all  elements  of  cost  and  include  sufficient  profit  to 
compensate  for  the  risk  assumed  by  the  contractor.  A  high 
estimate  may  price  the  contractor  above  his  competition. 

An  estimate  which  is  too  low  might  result  in  a  loss  of 
profit  and  may  cause  the  contractor  to  perform  substandard 
work  in  an  attempt  to  minimize  loss  or  establish  profit. 
Profit  margin  may  also  be  adjusted  to  remain  competitive, 
obtain  market  share,  or  maintain  minimum  workload. 

Accurate  cost  estimates  are  the  foundation  of  good  cost 
control.  They  permit  the  contractor  to  perform  the  work 
with  adequate  profit  and  quality,  leading  to  satisfied 
customers  and  enhanced  reputation. 

There  are  numerous  components  to  an  estimate.  Some 
components  can  be  predicted  with  a  high  degree  of 
confidence  while  others  require  making  assumptions  that 
involve  more  risk.  Every  construction  project  is  unique 
because  it  was  designed  for  its  own  environment,  has  a 
specific  purpose  or  function,  and  can  be  constructed  with  a 
near  infinite  combination  of  materials,  techniques,  and 
site  conditions.  Construction  estimating  must,  therefore. 


be  an  integration  of  hard  data,  analysis,  and  judgement. 
Estimating  is  as  much  an  art  as  it  is  a  science.  (1:  2-3) 


Successful  estimating  requires  a  consistent, 
systematic  approach.  Key  elements  of  any  estimating  system 
are  consistent  definitions  of  cost  components,  such  as 
direct  cost,  overhead,  and  profit.  Estimators  should  be 
able  to  call  out  their  assumptions  right  on  the  estimate 
form  to  prevent  any  confusion.  A  consistent  estimating 
system  permits  a  basis  of  comparison  between  estimates  and 
reduces  confusion  of  estimate  users.  One  method  of 
achieving  this  consistency  is  to  use  a  standard  format  for 
estimating.  This  format  serves  to  channelize  the 
estimator's  thought  process  along  the  desired  logic  path. 
This  reduces  the  possibility  of  procedural  errors  and 
costly  omission  errors  that  cut  directly  into  profit. 
Critical  to  the  success  of  an  estimating  format  is  the 
flexibility  to  permit  the  estimator  to  apply  his  experience 
and  initiative.  A  good  estimating  format  is  highly 
structured  to  ensure  accuracy,  completeness,  consistency 
and  understanding,  yet  maintains  enough  flexibility  for  the 
estimator  to  apply  judgement  and  document  assumptions. 


1 . 3  Computer  Assisted  Estimates 

There  are  misconceptions  regarding  the  role  of  the 
computer  in  estimating.  Computers  can  perform  the  many 
mathematical  calculations  that  are  part  of  estimating  with 
efficiency  and  accuracy.  They  can  produce  professional 
reports,  and  store  and  recall  vast  amounts  of  data. 
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Computers  cannot  apply  experience  and  judgement  to  raw  data 
to  produce  accurate  estimates.  The  computer  is  a  powerful 
tool  which  the  estimator  can  use  to  access  a  greater  volume 
of  accurate  and  consistent  information.  The  computer  can 
then  process  this  information  thereby  freeing  the  estimator 
to  concentrate  on  the  critical  discretionary  aspects  of 
estimating.  Computerized  estimating  can  be  used  as  a 
foundation  for  an  integrated  project  management  system 
involving  estimating,  scheduling,  cash  flow,  cost  control, 
and  resource  management.  This  section  will  trace  the 
development  of  the  computer  as  a  tool  to  assist  estimators. 

Computer  technology  has  changed  dramatically  in  the 
1980s.  Microcomputers  perform  functions  that  only 
large  and  expensive  mainframe  computers  performed  a  decade 
ago.  New  technology  has  effectively  placed  the  power  of  a 
mainframe  on  a  chip  the  size  of  a  fingernail.  As  computer 
hardware  costs  fell  within  reach  of  small  businesses, 
software  developers  began  to  develop  applications  for  this 
new  market. 

Many  "off  the  shelf"  estimating  programs  were 
developed  for  the  construction  industry.  These  programs 
were  not  widely  accepted  for  a  variety  of  reasons.  Change 
always  meets  some  resistance.  These  estimating  programs 
were  not  only  introducing  new  technology,  but  requiring 
estimators  to  adapt  their  methods  to  the  program's  format. 
Many  programs  had  rigid  formats  that  automatically  made  key 
assumptions  to  facilitate  routine  data  processing.  This 


created  problems  if  the  estimator  and  the  estimate  user 
were  not  familiar  with  the  program's  assumptions.  Many 
estimators  felt  they  no  longer  could  apply  their  experience 
and  judgement  and  were  thus  reduced  to  key  punchers  or 
take-off  men. 

Larger  contractors  hired  computer  consultants  to 
develop  programs  that  fit  their  specific  estimating 
requirements.  This  was  expensive,  required  valuable 
resources,  took  a  long  time  to  bring  on  line,  and  there  was 
no  guarantee  that  it  would  work  or  be  accepted  by  the 
end  users.  Outside  computer  consultants,  frequently  with 
little  or  no  knowledge  of  estimating  construction  costs, 
had  to  be  hired  to  develop  the  program.  Program  support 
and  expansion  were  costly  and  at  times  difficult  to 
obtain.  (6:  Class  Notes) 

Recent  developments  in  computer  software  have  opened 
up  new  opportunities.  Commercial  software  developers  have 
produced  powerful  spreadsheet  and  database  programs  that 
include  easy  to  learn  internal  programming  languages. 

These  internal  programming  languages  frequently  contain 
higher  language  functions  that  greatly  expand  the 
commercial  software's  capability  and  allow  the  user  to 
customize  the  software  by  creating  programs  for  specific 
applications.  This  ability  to  program  within  a  program  has 
enabled  many  contractors  to  develop  their  own  customized 
estimating  programs. 

Lotus  1-2-3  is  an  electronic  spreadsheet  which  has  a 
macro  command  language.  A  macro  command  can  be  a  series  of 


En 


rapidly  executed  Lotus  1-2-3  menu  commands  or  a  combination 
of  menu  commands  and  special  macro  functions  that  permit 


I 
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user  interface,  logic  decisions,  "for"  loops,  and  other 
capabilities  normally  found  in  higher  programing  languages. 
In  addition  to  the  mathematical  applications  normally 
associated  with  the  spreadsheet,  Lotus  1-2-3  has  the 
ability  to  perform  limited  word  processing,  graphics  and 
data  base  functions.  Lotus  1-2-3  is  discussed  in  more 
detail  in  Chapter  Four. 

Computer  assisted  estimating  is  gaining  wide 
acceptance  in  the  construction  industry.  Hardware  and 
software  technology  have  advanced  to  the  point  where 
microcomputers  can  provide  powerful,  easy  to  use 
applications.  Graduates  entering  the  work  force  are 
bringing  with  them  a  knowledge  of  computers.  Current 
statistics  indicate  that  84%  of  the  construction  industry 


I 


m 


use  computers  with  45%  of  those  using  computers  for  cost 
estimating.  It  is  clear  that  contractors  must  embrace 
computer  technology  in  order  to  remain  competitive  in  the 
years  to  come.  (7:  36) 


1.4  Statement  of  Problem 


Estimating  the  fabrication  and  erection  of 
miscellaneous  metals  and  light  structural  steel 
(Miscellaneous  metals  and  light  structural  steel  will  be 
called  steel  for  the  remainder  of  this  report.)  requires 
an  extensive  knowledge  of  the  physical  characteristics  of 
many  material  shapes,  fabrication  and  installation  details. 
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methods,  procedures,  and  other  commonly  required  estimating 
skills.  A  computer  program  to  assist  in  estimating  steel 
would  be  directed  toward  freeing  the  estimator  of  the  "busy 
work"  of  performing  routine  calculations  and  researching 
common  physical  characteristics,  historical  cost  data,  and 
productivity  data. 

This  program  is  designed  for  a  consultant  who  provides 
an  estimating  service  to  steel  fabricators.  The 
consultant's  estimating  method  is  the  result  of  years  of 
experience  and  is  well  received  by  his  clients.  A  program 
to  assist  the  consultant  must  be  a  near  mirror  image  of  the 
consultant's  estimating  method  to  retain  the  attributes  of 
the  original  method  and  promote  acceptance  and  continued 
satisfaction  among  his  clients.  The  program  must  produce 
estimates  in  three  formats: 

a.  Complete  Estimate.  The  complete  estimate  is  a 
written  report  concluding  with  a  final  selling  price, 
included  are  material  costs,  labor  hours  and  costs,  hauling 
costs,  overhead  costs,  taxes,  profit  and  scheduling  data 
which  apply  to  the  project. 

b.  Work  Sheet  Estimate.  The  work  sheet  estimate  is 
a  printed  report  that  provides  material  quantity  take-off, 
labor  hours,  and  generates  blank  lines  for  the  client  to 
enter  his  own  labor  costs,  material  costs,  hauling  costs, 
overhead  costs,  taxes,  and  profit.  The  client  uses  the 
worksheet  estimate  by  systematically  filling  in  the  blanks 
with  his  own  costs  and  the  resulting  calculations  to 


complete  the  estimate. 

c.  Spreadsheet  Estimate.  The  spreadsheet  estimate 
is  a  work  sheet  estimate  provided  to  the  client  on  magnetic 
media.  The  client  uses  his  own  computer  to  input  his  labor 
rates,  material  costs,  hauling  rates,  overhead  costs, 
taxes,  and  profit  to  complete  the  estimate.  The  client  can 
also  modify  the  quantity  take  off  and  labor  hours  as  he 
sees  fit.  The  client  generates  his  own  written  report  of 
the  estimate. 

The  program  must  be  able  to  recall  the  physical 
character  is t ics ,  historical  cost  data,  production  data,  and 
other  pertinent  information  of  a  large  number  of  steel 
shapes  and  other  material  items.  Routine  calculations 
must  be  done  by  the  computer.  The  program  should  allow  the 
estimator  to  insert  narrative  for  clarification  or 
documentation  of  assumptions. 

A  typical  estimate  will  include  a  base  bid  and  several 
alternates.  The  program  should  provide  complete  estimates 
for  the  base  bid  and  each  alternate.  (Base  bid  and 
alternate  will  be  called  alternate  for  the  remainder  of 
this  report.)  The  program  should  also  produce  a  summary  of 
material  required  for  each  alternate.  Many  estimates 
involve  jobs  that  extend  over  long  periods  of  time.  The 
program  should  be  able  to  account  for  periodic  wage 
changes  that  may  occur  over  the  life  of  the  project. 


CHAPTER  TWO 


THE  STEEL  FABRICATION  INDUSTRY 


2.1  Purpose 


This  chapter  will  define  the  steel  fabrication 
industry  to  establish  the  role  of  the  estimating  consultant 
and  the  need  for  computer  assisted  estimating. 


2 . 2  Miscellaneous  Metals  and  Structural  Steel 

Steel  fabricators  are  normally  subcontractors  who 
provide  steel  fabrication  and  erection  services  to  the 
construction  industry.  Thus  far,  structural  steel  and 
miscellaneous  metals  have  been  combined  and  called  steel, 
but  there  is  an  important  distinction  between  the  two. 

Structural  steel  consists  of  hot-rolled  steel 
sections,  shapes,  and  plates  not  less  than  1/8  inch  thick, 
including  all  connecting  devices  necessary  to  hold  a 
structural  frame  together.  Miscellaneous  metals  are  steel, 
aluminum,  bronze,  and  other  metal  works  that  are 
architecturally  necessary  but  are  not  required  to  complete 
t.he  structural  frame.  Miscellaneous  metals  include  such 
items  as  metal  stairs,  railings,  ladders,  fire  escapes, 
floor  gratings,  curb  angles,  corner  guards,  and  ornamental 
metal.  Fabrication  is  the  cutting,  drilling,  punching, 
welding,  and  surface  treatment  required  to  make  the  product 
ready  for  erection.  Fabrication  is  normally  done  in 


rm 


fabricating  shops  by  steel  workers.  Erection  is  done  in 
the  field  by  iron  workers.  (12:  116) 

Steel  fabrication  shops  require  a  high  investment  in 
plant  facilities  and  shop  equipment.  Fabricators  tend  to 
specialize  in  either  heavy  structural  steel  or 
miscellaneous  metals  due  to  the  significant  differences  in 
equipment,  plant  layout,  and  labor  skills  required. 

Overlap  between  the  two  types  of  fabricators  occurs  in  the 
area  of  light  structural  steel.  This  category  of 
fabrication  has  been  filled  primarily  by  miscellaneous 
metal  fabricators  expanding  the  scope  of  their  business. 

Tiie  heavy  structural  steel  fabricators  bid  large  jobs 
and  have  their  own  in-house  estimating  systems  with 
dedicated  estimators.  These  companies  have  little  need  for 
the  services  of  an  estimating  consultant.  The  medium  to 
small  fabricator,  who  specializes  in  miscellaneous  metals 
and/or  light  structural  steel,  frequently  has  one  man 
filling  several  organizational  positions  including 
estimator.  It  is  to  this  type  of  firm  that  the  estimating 
consultant  can  provide  a  valuable  service. 

2 . 3  The  Steel  Fabricator 

The  miscellaneous  metals  light  structural  steel 
(steel)  fabrication  industry  is  highly  competitive  and 
fragmented  with  many  small  fabricators  competing  for  their 
market  share.  It  is  characterized  by  easy  entry  and  has  a 
high  rate  of  business  failure.  Firms  are  typically 
constrained  by  some  combination  of  the  following:  market 


distance  because  of  shipping  costs,  labor  cost  differences 
between  areas,  labor  jurisdictions,  organizational 
complications,  financial  capacity,  and  business  knowledge. 

The  skills  required  within  the  firm  can  be  divided 
into  the  three  general  categories  of  engineering,  business, 
and  artisan.  There  is  frequently  considerable  overlap 
between  these  areas.  Engineering  skills  involve 
engineering  and  architectural  design;  preparation  of  shop 
drawings  to  meet  specifications  and  maximize  opportunity 
for  profit;  estimating;  and  job  site  visits  for  field 
measurements,  ensuring  design  constructibil ity,  and 
scheduling  work  with  customers.  Business  skills  include 
accounting,  budgeting,  cash  flow,  planning  for  growth, 
profit  analysis,  credit  and  collections  to  name  just  a  few. 
The  artisan  skills  are  complex  and  varied. 

The  sophistication  of  engineering  and  business  skills 
found  within  steel  fabrication  firms  varies  greatly.  The 
typical  steel  fabrication  firm  is  spread  very  thin  in 
engineering  and  business  management  skills.  Frequently  one 
person  may  perform  several  engineering  and  business 
functions,  perhaps  even  work  in  the  shop. 

Shop  skills  are  critical  to  the  success  of  the  firm. 
Skilled  layout  men,  fitters,  and  ex  erienced  helpers  are 
retained  on  a  full  time  basis,  rather  than  hired  from  job 
to  job  as  practiced  in  other  areas  of  construction.  Firms 
must  maintain  a  minimum  workload  to  pay  shop  salaries  and 
overhead . 

Steel  fabricators  in  the  Pittsburgh  market  area  have 
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been  in  a  process  of  transition  from  union  to  non-union 
shops.  When  union  shops  dominated  the  industry,  most  firms 
had  similar  labor  costs.  With  open  shops,  labor  costs  vary 
significantly  from  firm  to  firm.  This  is  a  major  concern 
and  underscores  the  pressure  on  firms  to  know  and  control 
the i r  costs  . 

Fabricating  steel  involves  work  that  is  custom  made 
for  the  requirements  of  a  particular  project.  This  work  is 
non-r epet i t i ve  and  requires  skilled  management,  shop 
workers,  and  erectors.  Because  of  the  competitive  and 
custom  nature  of  this  industry,  it  is  particularly 
challenging  and  critical  for  a  firm  to  have  valid,  reliable 
estimates  as  well  as  to  maintain  low  direct  costs  and 
overhead  . 

2 . 4  The  Role  of  the  Estimating  Consultant 

Estimating  is  a  time  consuming  process  that  requires 
great  attention  to  detail.  Depending  on  market  conditions, 
firms  may  have  to  bid  a  large  number  of  jobs  to  reach  their 
goals  for  shop  workload,  meet  overhead  commitments,  and 
make  sufficient  profit.  The  estimating  consultant 
estimates  a  project  which  he  sells  to  several  clients,  thus 
spreading  the  cost  of  one  estimate  among  several  clients. 
This  reduces  the  cost  of  the  estimate  to  the  client  and 
frees  his  key  personnel  to  perform  other  tasks. 

The  estimating  consultant  can  not  provide  a  complete 


estimate  to  bidding  clients  for  legal  reasons  and  because 
of  differing  labor  rates,  material  costs,  and  margins  among 


clients.  These  rates  are  closely  held  secrets  in  such  a 
competitive  industry.  The  estimating  consultant's  service 
is  normally  limited  to  a  work  sheet  estimate  which 
includes  material  take  off,  estimates  of  labor  hours,  some 
design,  opinion,  and  value  engineering.  The  client  uses 
the  work  sheet  estimate  to  enter  his  own  labor  costs, 
material  costs,  and  margin  to  complete  the  estimate. 


2 . 5  The  Role  of  the  Computer  Assisted  Estimate 

The  computer  assisted  estimate  will  rapidly  recall 
data,  perform  routine  calculations  and  generally  free  the 
estimator  of  routine  calculations  and  research.  The 
written  report  is  more  consistent,  more  legible,  provides 
more  complete  summary  information,  and  provides  a  material 
summary.  All  of  this  by  itself  is  of  significant  value  to 
the  estimator.  However,  the  most  significant  improvement 
which  the  computer  assisted  estimate  offers  is  the  value  of 
the  spreadsheet  estimate  format  to  the  client. 

The  consultant  produces  the  spreadsheet  estimate 
format  exactly  as  the  worksheet  estimate  format.  The 
client  receives  the  estimate  on  magnetic  media  and  can 
easily  input  his  own  data  and,  if  desired,  modify  the 
consultant's  estimate  to  produce  the  completed  estimate. 


This  increases  the  value  of  the  estimate  to  the  client. 
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CHAPTER  THREE 


ESTIMATING  STEEL  FABRICATION  AND  ERECTION 


3 . 1  Purpose 

This  chapter  discusses  the  estimating  system 
as  modeled  by  the  computer  assisted  estimate.  The  various 
components  of  the  estimate  are  identified  and  explained. 

There  are  several  terms  used  in  estimating 
construction  costs  that  are  important  to  this  discussion. 
Direct  costs  are  those  which  can  be  immediately  associated 
with  work  directly  contributing  to  the  completion  of  the 
project.  Indirect  or  overhead  costs  are  those  which 
necessarily  contribute  to  the  support  of  the  project  as  a 
whole,  but  can  not  be  identified  directly  with  specific 
work  items.  Although  these  are  commonly  accepted  meanings 
of  direct  and  indirect  costs,  their  interpretations  vary 
widely.  (4:  260) 

Normally,  the  consultant’s  estimates  are  used  by  more 
than  one  client.  Each  client  may  interpret  direct  costs, 
overhead,  profit,  etc.,  a  different  way.  The  estimating 
method,  therefore,  must  be  general  enough  to  accommodate 
different  clients,  yet  specific  enough  to  provide  them  with 
hard  data. 


? . 2  Components  of  the  Estimate 

Each  estimate  has  four  distinct  parts  or  sheets:  the 
detailed  estimate  sheets,  the  summary  sheets,  the  material 


breakdown  sheets,  and  take-off  sheets.  The  detailed 
estimate  sheets  break  the  work  into  items.  An  item  is  a 
group  of  related  material  items,  narratives,  and  any  other 
appropriate  entries.  Key  values  of  every  item  are 
calculated  on  the  detailed  estimate  sheets  as  an  aide  in 
completing  the  estimate.  (ie..  Surface  area  of  steel 
material  is  calculated  to  assist  in  estimating  labor  and 
material  for  painting.) 

The  summary  sheets  list  item  titles,  key  information 
concerning  each  item,  margin,  hauling,  taxes,  and  total  bid 
price.  The  material  breakdown  sheets  list  all  individual 
material  items  and  the  calculated  total  weight  required. 
This  is  useful  in  calculating  material  costs  based  on 
quantity  discounts.  Because  most  projects  request  base 
bids  and  a  number  of  alternates,  there  is  a  separate 
summary  sheet  and  material  breakdown  sheet  for  each 
dilternate.  Take-off  sheets  provide  sketches  and 
descriptive  information  that  is  not  found  on  the  other 
estimate  sheets.  They  are  performed  by  hand  and  are  not 
discussed  further  in  this  report. 

The  three  primary  cost  components  of  the  estimating 
system  are  labor,  material,  and  margin.  This  section  will 
discuss  these  components  and  show  how  they  are  incorporated 
into  the  estimate. 

3.2.1  Labor 

Shop,  erection,  drafting,  hauling,  and 
management  comprise  labor.  Labor  cost  is  shown  in  both 
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hours  and  dollars.  Labor  hours  are  used  to  determine  work 
load  plans  for  that  specific  labor  category.  The  dollar 
cost  is  the  number  of  hours  multiplied  by  the  appropriate 
rate  in  dollars  per  hour.  Labor  costs  vary  with  time  as 
labor  contracts  frequently  call  for  periodic  wage  and 
benefit  increases.  The  change  in  labor  cost  over  time  is 
particularly  important  on  large  jobs  which  may  extend  for 
months  or  years. 

Timing  is  accounted  for  in  the  estimate  by  identifying 
what  period  of  time  work  on  an  item  will  be  done.  The 
increment  of  time  used  is  normally  three  months  but  it  can 
be  adjusted  as  conditions  dictate.  Labor  rates  can  be 
varied  based  on  the  quarter  that  the  work  will  actually 
occur .  A  glance  at  the  summary  sheet  shows  how  much  work 
is  scheduled  for  each  labor  category  for  a  particular 
quarter  . 

Shop  labor  is  required  to  fabricate  a  material  item. 
One  method  of  calculating  it  is  by  multiplying  the  weight 
of  the  material  by  a  productivity  factor.  The  productivity 
factor  is  based  on  experience  and  accounts  for  the  various 
shop  functions  that  must  be  performed.  Surface  treatment 
of  the  material  is  inserted  as  a  separate  line  item  with 
th6.‘  shop  labor  determined  by  multiplying  the  square  feet  of 
surface  area  by  a  productivity  factor. 

Erection  labor  hours  are  determined  based  primarily  on 
experience.  There  are  many  factors  which  affect  steel 
erection  including  skill  of  erectors,  site  conditions, 
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coordination  with  other  contractors,  labor  environment, 
type  of  connections,  weight  of  steel,  weather,  height  of 
work,  and  support  equipment  available  to  name  just  a  few. 
Because  of  the  many  factors  that  are  involved,  erection 
hours  are  best  determined  by  looking  at  a  system  of  members 
rather  than  at  only  individual  members.  Erection  hours, 
therefore,  are  determined  for  each  item  as  a  whole. 

Drafting  hours  account  for  the  production  of  shop 
drawings.  Management  hours  include  field  measurements, 
other  technical  support,  and  direct  management  required  to 
translate  the  customer's  requirements  into  a  finished 
product.  The  estimated  hours  for  drafting  and  management 
are  for  the  time  spent  that  is  directly  attributable  to 
that  particular  job  and  are  thus  direct  costs.  Drafting 
and  management  hours,  like  erection,  are  estimated  for  each 
item  as  a  whole.  Hauling  labor  is  estimated  as  a  line  item 
on  the  summary  sheet  for  the  entire  alternate. 

32.2  Material 

Normally,  steel  is  priced  by  weight.  Multiplying  the 
quantity  of  the  item,  the  length  of  the  item,  and  the  unit 
weight  of  the  item  determines  the  weight  of  the  material 
required.  This  is  then  multiplied  by  a  unit  cost  in  dollars 
per  pound.  The  cost  of  steel  varies  with  the  quantity 
purchased.  The  material  breakdown  sheets  are  used  to 
determine  the  quantities  of  material  that  might  be  bought 
at  once.  This  is  helpful  in  determining  volume  discounts 


and  in  establishing  accurate  unit  prices. 
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One  time  costs  and  special  equipment  that  is  rented  or 


purchased  for  a  particular  job  is  treated  as  a  material 
cost.  Most  work  is  accomplished  using  common  tools  and 
equipment  which  are  charged  to  overhead. 


3.2.3  Margin 

Margin  can  be  defined  as  the  difference  between  the 
fabricator's  direct  costs  and  the  final  bid  price.  The 
margin  must  account  for  the  manufacturing  and 
administrative  overhead  costs  of  the  firm  and  allow  for 
adequate  profit.  Overhead  and  profit  must  be 
systematically  applied  to  the  direct  costs  to  accurately 
charge  for  the  product. 

The  wide  range  of  sophistication  among  fabricators 
cora[)l  icates  the  use  of  one  estimating  system  by  more  than 
one  fabricator.  It  is  presumed  that  each  client  has  his 
own  method  of  recovering  overhead  costs  and  making  adequate 
profit.  To  be  of  value,  the  consultant's  estimating  system 
must  be  able  to  accommodate  the  various  methods  which  the 
clients  use . 

One  method  of  accounting  for  overhead  expenses  for 
estimating  purposes  is  to: 

a.  Identify  and  total  each  overhead  expense  over  a 
period  of  time,  such  as  two  or  three  years. 

b.  List  the  direct  cost  values  of  labor  and  material 
accounts  or  categories  over  this  same  period  of  time. 

c.  Analyze  each  overhead  cost  by  dividing  it  among 
the  direct  costs  that  cause  the  overhead  cost.  (ie.,  A 
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portion  of  the  overhead  expense  for  owning,  operating,  and 


maintaining  the  fabrication  shop  would  be  charged  to 
material  to  recover  storage  expenses.) 

d.  Determine  the  percent  overhead  to  be  applied  to 
each  direct  cost  category  by  dividing  the  sum  of  the 
overhead  cost  categories  assigned  to  each  direct  cost  by 
the  total  value  of  the  direct  cost  over  that  same  period  of 
time. 

This  method  is  an  attempt  to  forecast  future  overhead 
expenses  and  recover  them  by  charging  them  as  a  percent  to 
direct  costs.  As  in  all  estimates,  judgment  should  be 
applied  at  all  stages  of  this  procedure. 

Profit  is  normally  given  as  a  percent  of  direct  cost 
plus  overhead.  Market  conditions  may  cause  profit  margins 
to  fluctuate.  Some  of  the  key  considerations  in 
determining  a  profit  margin  are:  what  the  market  will 
bear;  market  share;  overhead  commitments;  naintaining  a 
steady  shop  load;  and  what  return  can  be  realized  through 
other  investments.  Frequently  fabricators  will  establish 
set  profit  margins  and  adjust  their  bid  by  adding  a 
contingency  cost  to  account  for  anticipated  problems  or 
deducting  an  amount  to  reflect  anticipated  economic 
"breaks" . 

The  estimating  system  is  designed  to  account  for 
overhead  and  profit  in  the  manner  described  above.  It  also 
can  easily  be  used  by  a  client  to  account  for  overhead  in 
any  number  of  ways.  For  example,  a  client  may  charge  all 


of  his  overhead  expenses  to  shop  and  erection  labor  only. 
The  estimating  system  easily  accommodates  most  methods  of 
applying  overhead  to  direct  costs. 


CHAPTER  FOUR 


DEVELOPMENT  OF  THE  COMPUTER  ASSISTED  ESTIMATE 
4 .  1  Purpose 

This  chapter  traces  the  development  of  the  computer 
assisted  estimate.  It  defines  program  requirements, 
discusses  software  selection,  and  concludes  with  a 
discussion  of  problems  encountered  in  program  design  and 
their  solut ions . 

4 . 2  Establishing  Program  Requirements 

The  program  objectives  were  established  by  agreement 
between  the  consultant  and  the  program  author.  The 
primary  objectives  are  listed  below  with  explanations  when 
appropr iate . 

1.  Produce  a  report  printout  similar  in  format  to  the 
hand  written  estimate.  The  estimate  format  is  the  end 
product  of  years  of  development  and  was  not  to  be  degraded 
by  program  limitations.  This  was  also  desirable  to  promote 
acceptance  from  clients.  The  similar  format  would  not 
require  them  to  adapt  to  a  new  system. 

2.  The  program  should  generate  estimate  reports  in 
three  distinct  formats: 

a.  Complete  Format.  The  complete  estimate 
format  requires  no  additional  data  input  and  concludes  with 
a  total  hid  price. 


Work  Sheet  Format.  The  work  sheet  format  is  a 


printed  report  that  provides  material  quantity  take-off, 
labor  hours,  and  blank  lines  for  the  client  to  input  his 
own  labor  rates,  material  costs,  profit,  taxes,  hauling 
expenses,  and  overhead.  The  client  fills  in  the  blanks  to 
complete  the  estimate. 

c.  Spreadsheet  Format,  The  spreadsheet  format 
provides  the  client  with  the  work  sheet  estimate  on 
magnetic  media.  The  client  can  then  use  his  own  computer 
to  input  his  labor  rates,  material  costs,  profit,  taxes, 
hauling  expenses,  and  overhead  to  complete  the  estimate. 

3.  The  program  should  be  able  to  recall  historical 
cost  data,  productivity  rates,  and  physical  characteristics 
of  material  items. 

4.  The  program  should  be  able  to  break  the  estimate 
into  sub-sections  called  items  and  provide  item  totals. 

5.  The  program  must  provide  the  user  the  opportunity 
to  document  assumptions  and  otherwise  insert  narratives  in 
the  estimate. 

G.  The  program  should  provide  a  summary  sheet  for 
each  alternate,  listing  the  items  that  compose  the 
alternate,  key  item  totals,  and  overhead  and  profit  for 
that  alternate  . 

7.  The  program  should  account  for  overhead,  taxes, 
hauling  and  profit.  The  program  must  be  flexible  enough  to 
accommodate  a  variety  of  overhead  accounting  procedures. 

8.  The  program  should  provide  a  material  breakdown 
for  the  base  bid  and  each  alternate  which  lists  the  total 
quantity  by  weight  of  the  specific  material  items  required 


for  each  alternate. 

9.  The  nummary  sheet  and  the  material  breakdown  sheet 
must  be  integrated  with  the  detailed  estimate  so  that  a 
change  on  the  detailed  estimate  would  be  reflected  in  the 
other  sheets. 

10.  The  program  should  be  functional  and  user-friendly 
enough  to  enable  clients  to  quickly  benefit  from  the 
spreadsheet  format. 

11.  The  program  should  account  for  differing  wage 
rates  as  work  extends  from  one  wage  scale  period  to 
another . 

12.  The  program  should  produce  separate  summary  sheets 
and  material  breakdown  sheets  for  each  alternate. 

4 . 3  Selection  of  Software 

To  meet  the  objectives  outlined  in  the  previous 
section,  it  was  determined  that  both  spreadsheet  and 
database  software  packages  were  available  that  could  be 
customized  to  meet  the  requirements.  Table  1,  shown  on  the 
next  page,  is  a  comparison  of  database  and  spreadsheet 
features . 

Both  options  offer  some  distinct  advantages.  The 
database  program  researched  was  dBase  III  Plus.  dBase  III 
Plus  is  user  friendly  and  has  an  advanced  internal  command 
language  that  enables  programers  to  create  sophisticated 
applications.  Dbase  III  Plus'  strongest  point,  in 
comparison  to  Lotus  1-2-3,  is  the  sophistication  and 
flexibility  of  its  internal  command  language.  In  this 
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specific  case,  however,  this  sophistication  had  a  negative 
impact.  The  complexity  of  the  command  language  would  have 
required  tiie  programer  and  estimator  to  spend  a  great  deal 
of  time  learning  it.  This  was  not  practical.  diase  III 
Plus  would  not  be  as  well  received  by  clients  because  it  is 
more  difficult  to  use  and  not  as  well  known  as  Lotus  1-2-3 
within  the  industry. 


TABLE  1 


DATABASE  vs.  SPREADSHEET 


Database 


Spreadsheet 


Custom  Written 


I nvolved 


Not  so  Involved 


Size 


Unlimited  Limited  by  RAM 

or  software 


Speed 

Accuracy 


Slower 

Good 


User  Friendly 


Very 


Faster 

Good  but  with 
potential  problems 
with  equations 

Not  so  Friendly 


Sophistication 


Uni imi ted 


Limited 


Ability  to  be  Limited 

Modified  by 

User 


Some  but  can  be  dangerous 
and  involved  (6:  Class  Notes) 


The  spreadsheet  software  researched  and  finally 
selected  for  use  was  Lotus  1-2-3.  Lotus  1-2-3's  macro 
command  language  is  easy  to  learn  and  apply.  The  electronic 
spreadsheet  is  common  today  and  clients  who  are  not  already 
familiar  with  Lotus  1-2-3  can  quickly  learn  it  for  this 
estimating  application,  as  well  as  others. 
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Lotus  1-2-3  Release  2.01  is  a  spreadsheet  program  with 


256  columns,  named  "A"  through  "IV",  and  8,192  numbered 
rows.  The  power  of  Lotus  1-2-3  stems  from  its  hierarchical 
menu  structure  which  can  perform  many  functions  through  a 
series  of  key  strokes.  Macros  are  a  programmed  series  of 
key  strokes  that  take  advantage  of  the  hierarchical  menu 
structure.  Macros  also  contain  many  functions  that  go 
beyond  simple  menu  command  key  strokes.  These  special 
functions  make  the  macro  command  language  a  powerful  tool 
to  harness  capabilities  of  the  Lotus  1-2-3  worksheet. 

4 . 4  Developing  the  Computer  Assisted  Estimate 

The  computet  assisted  estimate  has  undergone  two 
complete  revisions.  Each  revision  was  based  on  user 
feedback  and  increased  knowledge  of  Lotus  1-2-3's 
capabilities.  This  led  to  refined  program 
requirements.  The  problems  encountered  when  developing  the 
computer  assisted  estimate  played  major  roles  in  shaping 
the  program's  final  form.  Some  of  these  problems  are 
discussed  below  along  with  their  solution  and  the  impact 
the  problem  had  on  the  final  program. 

Random  Access  Memory  (RAM),  the  computer's  internal 
memory,  is  used  to  store  the  instructions  of  the  program 
being  run.  The  computer  assisted  estimate  requires  that 
Lotus  1-2-3  and  the  program  template  be  loaded  in  RAM  to 
perform  the  estimate.  RAM  became  a  key  consideration  when 
the  size  of  the  macro  program,  data  base  and  other  estimate 
components  of  the  program  template  used  enough  RAM  memory 


to  place  an  unreasonable  restriction  on  the  size  of  the 
estimate  being  performed.  This  problem  was  a  major 
consideration  in  the  re-organization  of  the  spreadsheet 
during  the  first  revision.  Despite  the  improved 
organization  of  the  spreadsheet,  RAM  still  placed  an 
unreasonable  restriction  on  the  size  of  estimates  that 
could  be  generated. 

The  largest  drain  on  available  memory  is  the  data  base 
which  has  over  800  records.  The  data  base  is  essential  for 
performing  the  detailed  estimate  but  is  not  used  in  the 
construction  of  the  summary  sheets  and  material  breakdown 
sheets.  These  sheets  are  generated  by  macro  based  on 
informal  n  contained  in  the  detailed  estimate.  The  memory 
problem  was  alleviated  by  erasing  the  data  base  before 
constructing  the  summary  sheets  and  the  material  breakdown 
sheets.  Even  with  this  solution,  the  size  of  the  estimate 
is  still  limited  by  RAM.  The  program  requires  640 
kilobytes  of  RAM  to  load  and  perform  medium  size  estimates. 
The  best  solution  is  to  increase  RAM  through  a  hardware 
upgrade . 

Lotus  1-2-3  has  a  very  limited  ability  to  transfer 
data  between  files  using  the  ”/FC"  menu  command  sequence. 
This  command  has  a  major  flaw  in  that  it  does  not  transfer 
range  names  with  the  data.  Data  transfer  is  not  used 
Liecause  the  computer  assisted  estimate  makes  extensive  use 
of  range  names  as  part  of  macro  command  execution.  This 
compels  each  estimate  file  to  be  begin  as  a  template 
complete  with  data  base,  input  data  screen,  and  macro 
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library.  This  is  a  disadvantage  compared  to  other 
programming  languages  which  allow  the  program  storage  to 
be  separate  from  data  storage  and  recall. 

The  macro  command  language  is  limited  in  the  number  of 
macro  levels  or  subroutines  that  can  be  used  on  any  one 
macro  command.  The  macro  command  to  generate  a  summary 
sheet  and  material  breakdown  sheet  for  each  bid  alternate 
involves  numerous  logic  functions  which  instruct  the 
computer  on  where  to  go  to  look  for  further  instruction  if 
certain  conditions  are  met.  This  would  normally  involve  a 
sub-routine,  but  the  limitation  on  macro  levels  prevented 
this.  The  solution  was  to  use  the  "/XG"  macro  which  tells 
the  computer  what  cell  location  the  next  macro  command  is 
contained  in.  This  tricked  the  computer  into  believing 
that  the  macro  was  one  long  macro  without  any  sub-routines. 
There  are  two  draw  backs  to  this  approach.  The  first  is 
some  advanced  macro  functions  that  rely  on  sub-routines 
could  not  be  used.  Macro  routines  had  to  be  incorporated 
into  the  program  to  replace  these  functions.  The  second 
problem  is  that  it  makes  understanding,  documenting,  and 
debugging  macros  very  difficult. 

The  speed  of  macro  execution  was  affected  by  the  size 
of  the  estimate.  As  the  estimate  became  larger  there  were 
more  calculations  to  be  performed  and  the  computer's 
execution  time  noticeably  increased.  This  problem  was 
partially  alleviated  bv  setting  Lotus  1-2-3  to  manual 
reca Iculat  i  on  and  including  the  calculate  command  in  each 
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macro.  Most  of  the  macros  used  while  estimating  are 
involved  and  take  relatively  long  to  execute.  The  best 
solution  to  this  ^iroblem  is  to  purchase  a  computer  with  a 
high  clock  speed.  A  math  co-processor  would  decrease 
calculation  time  but  have  little  affect  on  the  speed  of 
macro  execution,  the  primary  time  consumer  during  macro 
execut  ion  . 

One  problem  with  programing  complex  macros  is 
keeping  track  of  what  cell  the  cursor  is  in  during  macro 
execution.  With  this  information,  that  cell  and 
surrounding  cells  can  be  edited,  copied  to  other  areas  of 
the  work  sheet,  or  used  to  receive  information.  This 
problem  is  compounded  when  creating  the  variable  length 
summary  sheets  and  the  material  breakdown  sheets.  The 
macro  that  performs  this  functions  takes  information  from 
the  detailed  estimate  sheet  and  the  data  input  screens  to 
construct  the  material  breakdown  sheet  and  the  summary 
sheet . 

This  involves  performing  functions  in  three  different 
work  areas  within  the  spreadsheet.  The  three  work  areas, 
the  detailed  estimate,  the  summary  sheet,  and  the  material 
breakdown  sheet  all  are  variable  length.  Information  in 
different  locations  within  each  work  area  must  be  sent  to 
various  locations  in  other  work  areas.  The  problem  is  to 
define  the  changing  locations  within  each  work  area  so  that 
information  exchange  can  take  place.  Two  known  locations 
are  required  to  communicate. 

To  accomplish  this,  the  macro  uses  a  "floating"  range 
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to  define  a  location  within  each  work  area.  Information  is 
then  processed  between  the  work  areas  at  the  ocation  of 
the  ranges.  After  the  information  is  processed,  the  ranges 
are  moved  to  new  locations  for  further  information 
processing.  Each  material  breakdown  and  summary  sheet  is 
constructed  this  way. 

An  example  of  a  "floating"  range  appliCotion  is  the 
transfer  of  information  from  the  detailed  estimated  to  the 
summary  sheet.  The  floating  ranges  in  the  detailed 
estimate  and  summary  sheet  work  areas  are  called  DE  and  SS, 
respectively.  DE  is  located  at  the  cell  containing  the 
total  item  material  cost.  SS  is  located  at  the  cell  on  the 
.summary  sheet  that  is  to  contain  the  total  material  cost. 
The  information  is  sent  from  DE  to  SS.  The  next 
information  required  to  construct  the  summary  sheet  is  the 
total  item  price.  SS  moves  over  one  column  and  resets  its 
location.  DE  moves  down  two  rows,  left  eight  columns,  and 
resets  its  location.  Information  can  now  be  exchanged. 

This  system  works  on  known  relative  distances  between 
cells. 

Lotus  1-2-3  has  a  protect  feature  intended  to  keep 
data  from  being  destroyed.  This  could  be  particularly 
beneficial  in  protecting  the  data  base  and  the  macro 
commands  from  accidental  destruction.  The  first  version 
used  the  protect  feature  but  it  soon  became  more  trouble 
tlian  it  was  worth.  Information  retrieved  from  the  data 
base  had  to  be  un-pr otected ,  all  work  areas  had  to  be  un- 


protected,  and  the  protect  feature  used  up  large  quantities 
of  memory.  The  solution  was  simply  to  rely  on  caution  on 
the  part  of  the  estimator  when  using  the  program. 
Implementation  of  this  solution  precludes  the  use  of  the 
insert,  delete,  and  page  commands  which  could  destroy 
portions  of  macros  and  the  data  base  that  otherwise  would 
be  protected . 
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CHAPTER  FIVE 

PROGRAM  OPERATING  INSTRUCTIONS 

5 . 1  Introduction 

This  chapter  will  explain  the  operating 
characteristics  and  mechanics  of  the  estimating  program. 
Lotus  1-2-3  and  its  internal  macro  command  language  are 
discussed.  With  this  foundation,  the  spreadsheet 
organization  will  be  explained  followed  by  a  list  of  macro 
commands.  A  basic  knowledge  of  Lotus  1-2-3  is  necessary 
for  complete  understanding  of  this  chapter  and  use  of  the 
program.  This  chapter  is  intended  to  be  used  as  a  stand¬ 
alone  manual  for  use  by  an  estimator  performing  computer 
assisted  estimates. 

f) .  2  An  Introduction  to  Lotus  1-2-3  Spreadsheet 

"Electronic  spreadsheets  are  one  of  the  most  ingenious 
software  developments:  they  combine  a  straightforward, 
output  oriented  user  interface  with  the  computer's  ability 
to  calculate  and  display  numbers."  (7:  69)  A  spreadsheet 
is  a  large  group  of  inter-related  cells  that  are  arranged 
in  rows  and  columns.  A  cell  can  contain  a  number,  a 
mathematical  formula,  text,  or  be  blank.  Values  in  cells 
can  be  linked  to  other  cells  by  formulas. 

Lotus  1-2-3  offers  three  special  features  in  addition 
to  its  basic  spreadsheet  capabilities.  A  limited  database 
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capability  exists  that  can  manage  information  based  on 
commands  issued  by  the  user.  Word  processing  can  be 
accomplished  by  a  cumbersome  yet  effective  series  of  menu 
commands.  Graphics  can  be  used  to  display  an  easy-to- 
understand  picture  of  the  complex  relationship  between  rows 
and  columns  of  numbers.  Lotus  1-2-3  commands  are  executed 
by  keystrokes  which  call  up  menus  and  select  commands  to 
perform. 

A  Lotus  1-2-3  macro,  in  its  simplest  form,  is  a 
collection  of  keystrokes  stored  on  the  spreadsheet.  Each 
keystroke  represents  a  menu  command.  Macros  save  time  by 
rapidly  executing  these  keystrokes  in  the  proper  sequence. 
Their  real  power  is  when  they  are  used  in  conjunction  with 
special  macro  commands.  "Version  2.01  incorporates  42 
macro  commands  and  89  functions  ranging  from  the  simple 
absolute  value  to  the  complex  sum-of -the-years 
depreciation.  In  fact,  many  of  the  non-graphics  functions 
of  BA.3ICA  programming  language  are  supported  in  some  way  by 
either  1-2-3  macro  commands  or  functions,  making  it 
possible  to  write  comprehensive  programs.  (7:  69) 

h . 3  Spreadsheet  Organization 

Spreadsheet  organization  is  the  designation  of  work 
areas  within  the  spreadsheet  to  perform  certain  functions. 
The  spreadsheet  is  organized  to  meet  the  following 
criteria: 

a.  Ease  of  Use.  The  areas  of  the  spreadsheet  to  be 


used  most  frequently  are  grouped  close  together  so  that  the 


user  does  not  have  to  move  around  the  spreadsheet 
excessively. 

b.  Minimize  Memory  Requirements.  The  program 
should  use  the  minimum  possible  RAM.  Lotus  1-2-3  defines 
its  active  area  (area  requiring  memory)  as  a  rectangle 
wh^ se  upper  left  corner  begins  at  "Al",  and  whose  lower 
right  corner  is  the  intersection  of  the  lowest  row 
containing  an  entry  or  a  formatted  cell.  Lotus  1-2-3 
Release  2  or  later  is  not  supposed  to  use  memory  for  empty 
cells  within  this  active  area  but  tests  indicate  use  of  the 
Move,  Insert,  Delete,  or  File  Combine  commands  can  cause 
empty  cells  to  use  up  memory.  (3:  12-13) 

Table  2  shows  the  organization  of  the  computer 
assisted  estimate.  A  description  of  each  work  area 
follows.  Each  work  area  begins  in  row  one  and  extends 
down  indefinitely. 

TABLE  2 

SPREADSHEET  ORGANIZATION 

I  ^  i  i  i  i  i  I 

lA  IBICIDIEIFI  G| 

I  I  I  I  I  I  I  I 

a.  Bid  Alternate  Breakdown.  (Columns  A-R)  The 
estimator  uses  this  section  to  identify  the  items  that 
compose  the  various  alternates.  Up  to  15  different  bid 
alternates  can  be  specified  in  this  work  area. 

b.  Detailed  Estimate.  (Columns  Q-AT)  This  is  where 
the  estimator  performs  the  detailed  estimate. 


c.  Database  .  (Columns  BA-CF)  This  section  contains 
the  database  of  material  characteristics  and  historical 
it^format  ion  .  There  is  also  permanent  storage  of  formulas 
used  in  the  detailed  estimate  and  a  work  area  to  combine 
information  recalled  from  the  data  base  and  these  formulas 
prior  to  sending  them  to  the  detailed  estimate. 

d.  Macro  Library.  (Columns  CJ-CL)  This  section  is 
used  to  store  the  macros  commands  and  data  used  in  macro 
logic  f  unct ions . 

e.  Welcome  and  Data  Input  Screen.  (Columns  CO-CX) 
This  section  contains  the  initial  welcome  screen  and  data 
input  area. 

f.  Summary  Sheet.  (Columns  DF-DY)  This  section  is 
generated  by  macro.  It  is  a  summary  of  information  on  all 
items  that  compose  an  alternate.  The  summary  sheet  also 
includes  the  final  cost  breakdown  with  all  costs 
identified.  There  is  one  summary  sheet  for  each  alternate. 

g.  Material  Breakdown  Sheet.  (Columns  EE-EL)  This 
sheet  lists  every  material  item  for  a  given  alternate  which 
has  a  weight  identified  in  the  detailed  estimate.  When  a 
material  item  is  used  more  than  once,  the  weights  are  added 
together.  There  is  one  material  breakdown  sheet  for  each 
alternate  . 

5 . 4  Commands 

This  section  discusses  the  macro  commands  and 
procedures  which  the  estimator  normally  uses  in  performing 
a  computer  assisted  estimate.  The  macro  commands  are 


listed  in  the  order  in  which  they  are  likely  to  occur  when 
performing  an  estimate.  Special  keys  will  be  shown  in  this 
report  enclosed  with  curly  brackets.  {ie.,  {ESC)  for  the 
escape  key)  To  execute  macros,  press  the  alternate  key  and 
a  letter  at  the  same  time.  This  will  be  shown  with  square 
brackets.  (ie.,  [ALT  A)  for  macro  command  "A") 

The  program  begins  with  the  introduction  screen. 
Because  of  the  large  size  of  the  worksheet  and  the  time  it 
takes  to  load,  there  are  a  series  of  programed  computer 
generated  beeps  to  alert  the  estimator  when  the  program  is 
fully  loaded  and  ready  to  use.  The  first  thing  you  will 
see  is  the  introduction  screen  which  welcomes  you  to  the 
program  and  advises  you  that  key  input  data  is  available 
for  review  and  modification.  This  data  includes  the 
various  labor  and  overhead  rates  used  by  the  program,  the 
number  and  titles  of  the  bid  alternates,  and  the  type  of 
format  that  the  program  will  generate. 

Any  change  in  the  input  data  will  be  reflected 
throughout  the  worksheet  with  two  exceptions.  (The 
calculation  key,  {F9),  must  be  pressed  when  in  manual 
recalculation  mode  to  recalculate  the  entire  work  sheet. 
Manual  recalculation  is  the  default  setting.)  The  material 
cost  unit  prices  already  on  the  detailed  estimate  sheet 
appear  as  zero  if  the  estimate  format  is  changed  from 
worksheet  format  to  complete  format.  Material  unit  costs 
will  appear  as  values  when  recalled  from  the  data  base 
using  the  complete  estimate  format.  Changes  to  the 
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number  of  alternates  or  their  titles  made  on  the  input  data 
work  area  are  not  reflected  until  new  summary  and  material 
breakdown  sheets  are  generated  by  the  macro  routine 
"FINAL".  After  reviewing  and  modifying  the  input  data,  the 
estimator  is  ready  to  proceed  with  the  estimate.  The 
following  commands  are  used  to  complete  the  estimate: 

a.  {HOME}.  This  puts  the  estimator  at  the  beginning 
of  the  detailed  estimate. 

b.  [ALT  W] .  This  command  opens  or  closes  a  window 
at  the  bottom  of  the  screen.  The  window  is  used  to  view 
text  retrieved  from  the  data  base  on  material  items.  The 
text  contains  supplementary  information  on  the  material 
item  that  is  being  estimated.  The  window  also  displays 
prompts  when  executing  commands  requiring  user  interface. 

c.  [ALT  A).  This  command  copies  the  user  entered 
material  description  to  a  work  area  located  above  the 
database.  There,  information  concerning  the  material  item 
is  extracted  from  the  data  base  and  formulas  are  added. 

This  information  is  then  returned  to  the  detailed  estimate 
for  the  estimator's  use.  If  an  item  is  not  found  in  the 
data  base,  a  special  subroutine  is  called  which  alerts  the 
estimator  to  this  fact.  This  command  should  be  executed 
when  the  cursor  is  in  the  description  column,  column  two. 

d.  [ALT  Z]  This  command  sets  up  the  data  base  for 
addition,  deletion,  or  modification  of  a  record.  When 
adding  or  deleting  a  data  base  record,  the  estimator  should 
always  check  that  the  data  base  input  data  range  is  correct 
by  following  the  prompts  provided  by  this  command.  The 
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menu  command  sequence  to  check  the  input  data  range  is 
"/DQI " . 

e.  {FSl  CURLINE  {RETURN}.  This  command  returns 
the  cursor  to  the  line  where  the  [ALT  A]  command  was  last 
executed.  Normally,  this  is  the  area  where  the  estimator 
is  currently  working. 

f.  [ALT  T].  This  command  causes  the  the  computer  to 
pause  and  wait  for  the  estimator  to  direct  it  where  to  find 
the  next  macro  command.  The  command  permits  direct  access 
to  any  macro  line  and  is  useful  when  calling  special 
routines  and  debugging. 

g.  [ALT  Tj  REPEAT  {RETURN}.  This  command  will  cause 
the  [ALT  A]  command  to  be  executed  a  user  specified  number 
of  times.  This  can  be  time  saving  when  information  from  a 
large  number  of  items  must  be  recalled  from  the  data  base. 
The  repeat  command  will  automatically  cease  executing  if  it 
encounters  a  blank  line  as  it  moves  down  the  column  that 

the  command  was  executed  in.  Like  the  [ALT  A]  command,  the 
cursor  should  be  in  the  description  column,  column  two, 
when  this  command  is  executed. 

h.  [ALT  D].  This  command  causes  all  lines  within 
the  detailed  estimate  below  the  line  containing  the  cursor 
to  be  moved  down  one  line.  This  command  should  be  executed 
from  the  description  column,  column  two,  of  the  detailed 
estimate.  This  is  useful  when  inserting  an  item  or 
narrative.  If  this  command  is  used  on  an  item  after  it  has 
been  totalled,  the  item  will  have  to  be  totalled  again. 


This  can  be  done  by  placing  the  cursor  one  cell  below  the 
last  line  entry  of  the  item  and  executing  the  command  to 
total,  (ALT  S).  The  new  totals  will  write  over  the  old 
totals  . 

i.  [ALT  S].  This  command  totals  key  values  of  an 
item.  All  formulas  are  made  absolute  so  they  can 
later  be  sent  to  the  material  breakdown  sheet  and  the 
summary  sheet.  At  the  conclusion  of  the  command,  the 
cursor  is  located  in  column  one.  This  command  should  be 
executed  with  the  cursor  in  the  description  column,  column 
two . 

k.  [ALT  T]  VIEW  {RETURN}.  This  command  displays 
the  first  fifteen  columns.  These  columns  are  used  to 
identify  the  items  which  compose  each  alternate.  Each 
column  represents  an  alternate.  The  items  that  compose  an 
alternate  are  selected  by  scrolling  down  that  alternate's 
column  and  placing  any  number  greater  than  zero  in  the  row 
that  contains  the  item  number  and  description  of  an  item 
to  be  included  in  that  alternate.  The  program  will 
accommodate  more  than  fifteen  alternates  by  making  a  copy 
of  the  estimate  worksheet  and  using  the  copy  to  generate 
alternates  sixteen  through  thirty.  This  procedure  can  be 
repeated  indefinitely.  After  the  alternates  and  their 
items  are  identified,  the  introduction  screen  should  be 
reviewed  make  certain  information  is  still  current. 

l.  {F5}  INTRO  {RETURN}.  This  will  move  the  cursor  to 
the  welcome  and  input  data  screen  so  that  the  input  data 

can  be  reviewed  and  modified. 


ni.  [ALT  Tj  final  {RETURN}.  This  command  generates 
individual  summary  sheets  and  material  breakdown  sheets  for 
each  alternate.  It  is  important  to  check  available  RAM  by 
using  ttie  "/WS"  menu  command  sequence.  This  command  will 
stop  execution  if  the  available  RAM  is  exceeded  by 
generating  the  summary  and  material  breakdown  sheets.  This 
command  presents  the  option  to  erase  the  data  base  to  make 
room  in  RAM  for  these  sheets.  It  is  a  good  idea  to  make  a 
copy  of  the  estimate  before  executing  this  command  so  there 
is  a  back  up  if  further  modifications  are  required.  This 
command  can  take  several  hours  to  execute  depending  on  the 
number  of  items,  alternates,  and  their  size. 

L . 5  Cautions 

The  organization  of  the  spreadsheet  precludes  the  use 
of  the  insert,  delete,  and  page  commands.  The  delete 
command  can  result  in  the  loss  of  a  data  base  record,  a 
line  from  a  macro  command,  and  a  line  of  input  data  from 
the  input  data  screen.  The  insert  command  may  result  in  a 
modification  to  the  data  base  that  will  cause  an  error 
in  the  [ALT  A]  macro.  This  command  will  also  cause  errors 
in  numerous  formulas  that  are  generated  by  macro.  The  page 
command  inserts  a  blank  line  in  the  worksheet  and  is  used 
to  signal  the  printer  to  begin  a  new  page  before  continuing 
to  print.  It  will  cause  the  same  damage  to  the  estimate  as 
the  insert  command. 

Estimates  in  progress  are  stored  temporarily  in  RAM. 

An  estimator  should  get  in  the  practice  of  saving  the 


estimate  to  a  disk  every  five  or  teri  minutes  to  minimize 
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any  loss  which  might  occur  due  to  a  temporary  loss  of  power 
and  the  resulting  RAM  loss. 

Certain  macros  commands  require  that  the  c-ursor  be 
located  in  a  particular  column  to  perform  their  function 
properly.  This  should  be  adhered  to  strictly  as  a  macro 
will  execute  its  routine  regardless  of  wether  or  not  the 
cursor  was  in  the  correct  location.  This  could  mean  the 
loss  of  data  in  the  detailed  estimate,  data  base,  or  macro 
commands . 

5 . 6  Performing  a  Computer  Assisted  Estimate 

Tiie  first  step  in  performing  a  computer  assisted 
estimate  is  to  recall  the  program  template,  TEMPLATE . WKl , 
from  file.  This  file  includes  the  most  recent  revisions  to 
the  data  base  and  other  program  components.  Once  the 
template  is  retrieved,  the  estimator  should  rename  the  file 
to  reflect  the  particular  job  being  estimated.  This  is 
done  by  the  "/FS  -ENTER  NEW  NAME-  {ESC}"  command  sequence. 
This  will  cause  the  computer  to  save  the  spreadsheet  under 
the  new  name  the  next  time  it  is  saved. 

After  the  file  has  been  renamed,  the  estimator  should 
review  the  input  data  screens  to  ensure  valid  data  has  been 
entered.  Following  this  step,  the  estimator  should  press 
(HOME}.  This  will  place  the  estimator  at  the  top  of  the 
detailed  estimate  work  area.  This  area  has  labeled  columns 
and  extends  down  to  t.he  end  of  the  estimate.  Begin  the 
estimate  by  scrolling  down  the  column  to  below  the  heading 


line.  Number  and  title  the  first  item. 

Knter  the  first  material  description  below  the  item 
title  and  use  the  [ALT  A]  command  to  recall  that  item's 
information  from  the  data  base.  The  [ALT  T]  REPEAT 
{RETURN}  comtTiand  sequence  can  be  used  to  repeat  the  [ALT  A] 
command  automatically  when  several  item  descriptions  need 
processed.  Complete  the  estimate  by  entering  the  quantity, 
dimension  and  labor  hours  when  appropriate.  Text  can  be 
entered  in  the  description  column  to  clarify  or  document 
the  estimate.  When  performing  the  detailed  estimate, 
always  execute  macros  from  the  description  column,  column 
two.  Total  an  item  by  using  the  [ALT  S]  command.  This 
sequence  is  repeated  for  each  item. 

The  summary  sheets  and  material  breakdown  sheets  are 
macro  generated  based  on  information  that  the  estimator 
inputs.  The  first  step  in  this  process  is  to  identify  the 
alternates  and  their  component  items.  This  is  done  by 
executing  the  [ALT  T]  VIEW  {RETURN}  command  sequence.  This 
will  Ccuse  the  bid  alternate  breakdown  work  area  to  be 
exposed  and  the  cursor  placed  at  cell  "Al".  Columns  "A" 
through  "J"  each  represent  an  alternate  and,  if  used,  will 
generate  their  own  separate  summary  and  material  breakdown 
sheets.  Items  are  identified  as  part  of  the  bid  alternate 
by  placing  numbers  other  than  zero  in  that  alternates 
column  and  in  the  rows  containing  the  component  item 
numbers  and  titles.  Following  this  step,  the  data  input 
screens  must  be  updated.  Press  {F5}  INTRO  {RETURN}  and 


scroll  down  to  input  the  number  of  alternates,  their 
titles,  and  the  number  of  items  for  each  alternate. 

Because  of  the  size  of  these  sheets  and  the  resulting 
drain  on  RAM,  it  is  a  good  idea  to  save  the  completed 
detailed  estimate  to  file  before  continuing.  Following 
this,  execute  the  [ALT  T]  FINAL  {RETURN}  command  sequence. 
This  will  cause  the  computer  to  ask  if  you  saved  a  copy  of 
the  detailed  estimate.  If  you  did  not,  answer  "N"  for  no 
and  do  it  now.  If  you  had,  answer  "Y"  for  yes  and  the 
computer  will  ask  if  you  want  to  erase  the  data  base.  If 
your  detailed  estimate  is  large  or  if  you  have  a  large 
number  of  alternates,  it  is  a  good  idea  to  erase  the  data 
base  to  make  sure  there  is  room  for  the  summary  and 
matt-rial  breakdown  sheets.  Answer  "Y"  or  "N"  to  this 
question  and  the  macro  will  begin  generating  the  summary 
and  material  breakdown  sheets.  This  macro  will  probably 
take  several  hours  to  complete. 

Printing  the  detailed  estimate,  summary  sheets,  and 
material  breakdown  sheets  must  be  done  with  Lotus  1-2-3 
menu  commands.  This  function  could  not  be  standardized 
with  macro  commands  because  of  the  variable  length  of  the 


estimate  components. 


CHAPTER  SIX 


CASE  STUDY 


b . .  Purpose 


This  chapter  will  demonstrate  the  value  of  the 
computer  assisted  estimate  formats  by  reviewing  a  sample 
estiniate  based  on  the  the  estimates  provided  in  Appendices  A 
and  B,  and  the  data  presented  in  Appendix  C. 


6 . 2  The  Computer  Assisted  Estimate 

The  computer  assisted  estimate  program  can  produce 
estimates  in  three  formats  which  were  discussed  in 
previous  chapters.  The  complete  and  worksheet  estimate 
formats  as  shown  in  Appendices  A  and  B  will  be  reviewed 
in  this  section.  The  application  of  the  spreadsheet 
estimate  format  will  then  be  discussed. 


6.2.1  The  Complete  Estimate 
The  complete  estimate  format  is  composed  of 
a  detailed  estimate,  summary  sheets  for  each  alternate,  and 
inaterial  breakdown  sheets  for  each  alternate.  Refer  to 
Appendix  A  for  a  sample  complete  estimate.  The  review  will 
proceed  from  single  line  entries  to  larger  estimate 
components  to  better  understand  the  estimate  system  as  an 
integrated  whole. 

Eacii  line  on  the  detailed  estimate  contains  twelve 
columns  of  information.  The  use  of  each  column  is  described 


be  1 ow : 


a.  Colu.an  One.  This  column  is  used  to  provide 
reitrenre  tor  the  information  listed  to  its  right.  This 
ztteience  may  be  a  number  identifying  the  item,  page  number 
from  a  drawing,  or  a  descriptive  note. 

b.  Column  Two.  This  column  is  used  to  describe  the 
niaterial,  the  item  title,  or  contain  any  narrative  that  may 
document  the  estimator's  assumptions  or  otherwise  clarify 
the  estimate. 

c.  Columns  Three  and  Four.  These  columns  identify 
the  quantity  and  dimension  of  the  material  required. 

d.  Column  Five.  This  column  is  thu  total  weight  of 
the  material  based  upon  the  quantity,  dimension,  and  a  unit 
weight  taken  from  the  data  base.  Weight  is  used  as  one 
method  of  estimating  labor  hours.  The  material  breakdown 
sheet  lists  the  material  items  and  total  weight  required 

f  -■  r  each  alternate. 

e.  Columns  Six  through  Nine.  These  columns  are  used 
t  -'stimate  labor  hours,  by  category,  that  are  required  to 

i  >  r  f  or  m  t  he  wo  r  k . 

f.  Column  Ten.  This  column  provides  the  square  feet  of 
surface  area  based  on  the  quantity  and  dimension.  This 
information  is  used  when  determining  labor  and  material 

cost  for  surface  treatments. 

q.  Co'' umn  Eleven.  This  column  gives  the  unit  cost 
:f  the  material  being  estimated. 

h.  Column  Twelve.  This  column  lists  the  total 
ma '  »-■  r  1  a  I  cost  which  is  normally  the  total  weight  times  the 
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ur.  it  cost  in 

The  detailt-d  estimate  is  broken  into  smaller  elements 
called  items.  These  items  are*  related  in  some  logical 
maimer  to  provide  organization  and  facilitate  the  use  c.f 
the  detailed  estimate.  At  the  bottom  of  each  item  are  the 
item  totals.  The  first  row  of  totals  contain  the  total 
hours  for  each  labor  category  and  the  total  weight  of 
steel.  This  row  also  contains  the  schedule  which  can  be 
used  to  designate  wtiich  wage  rate  to  apply  to  the  shop  and 
erection  hours.  The  schedule  is  also  used  to  plan  work 
loads.  The  second  row  of  totals  is  the  price  breakdown. 

Th€'  cost  data  from  the  data  input  screens  are  applied  to 
the  labor  hours  and  material  values.  Total  overhead  is  the 
cum  of  tiie  labor  and  material  for  the  item.  Labor  cost  is 
for  direct  cost  only.  The  third  row  of  totals  gives  the 
net  price  which  includes  both  direct  and  indirect  costs. 

Each  alternate  has  its  own  summary  sheet.  The 
summary  sheet  consists  of  key  totals  taken  from  the 
detailed  estimate.  The  summary  sheet  totals  the  individual 
item  i  n  f  or  nriat  i  on  .  Hauling,  profit,  taxes,  and  other  costs 
can  be  added  to  account  for  all  costs  that  occur.  Totals, 
including  overhead,  are  given  in  the  far  right  column.  The 
total  overhead  is  also  provided  This  is  intended  as  an 
aide  in  understanding  and  controlling  overhead  costs. 

The  material  breakdown  sheet  is  a  summary  of  all 
material  required  for  a  particular  alternate.  The  material 
bre.akdowr.  is  based  on  weight  of  the  material.  A  material 
item  that  has  nr)  weight  will  not  show  up  on  the  material 
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Material  quantities  are  given  in  weight. 


breakdown . 

i-.  .2.2  The  Worksheet  Estimate 

The  worksheet  estimate  (Appendix  B)  uses  the  same  basic 
fori.at  ds  the  complete  estimate  format.  The  estimate 
includes  a  complete  material  take  off  and  labor  estimate. 
Other  values  are  given  as  blank  lines  so  that  the  estimate 
user  call  input  his  own  data,  perform  the  required 
ca  1  "'ll  lat  i  ons ,  and  complete  the  estimate.  The  worksheet 
estimate  contains  blank  lines  where  the  labor  hour  totals 
should  appear.  This  was  done  so  that  the  estimate  user  can 
modify  i!idividual  labor  estimates  and  then  total  the  column 
i  ms e  1  f  . 

G . 2 . 3  Application  of  the  Spreadsheet  Estimate 

The  spreadsheet  estimate  is  identical  to  the  worksheet 
estimate  except  that  it  is  provided  on  magnetic  media. 

The  spreadsheet  estimate  allows  the  client  to  take  advantage 
of  the  consultant's  worksheet  format  estimate  and  the  speed 
and  accuracy  of  an  electronic  spreadsheet.  The  estimator 
uses  the  data  input  screens  (provided  as  Appendix  C)  to 
change  the  format  from  worksheet  to  complete  and  input  his 
own  cost  data.  Quantities,  dimensions,  and  labor  hours  can 
be  modified  as  required.  Changes  are  reflected  throughout 
the  eritire  estimate  with  the  touch  of  a  button. 

Tiio  data  input  screen  controls  how  overhead  is  applied 
to  tfie  lirect  costs.  The  methodology  is  basic  enough  that 
a  vari^'y  of  techniques  for  applying  overhead  to  direct 
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CHAPTER  SEVEN 
CONCLUSION 

Computer  assisted  estimating  can  be  a  valuable  tool 
when  used  to  assist  estimators.  The  computer  can  rapidly 
store  and  recall  vast  quantities  o£  information,  exposing 
the  estimator  to  more  and  better  information.  The  computer 
can  rapidly  perform  the  many  routine  calculations  that  are 
part  of  estimating  and  generate  professional  reports.  The 
computer  can  compile  the  information  in  an  estimate  and 
provide  summaries  that  would  otherwise  have  been 
impract icable  . 

With  all  of  these  capabilities,  it  is  important  to 
remember  that  the  operative  word  in  computer  assisted 
estimating  is  assisted.  Computer  estimating  programs  must 
be  viewed  as  a  tool  to  assist  the  estimator.  He  must  still 
iiavfc  the  ability  to  apply  his  experience,  document 
assumptions,  and  exercise  judgement. 

The  computer  assisted  estimating  program  presented  in 
this  report  was  developed  to  model  the  method  used  by  a 
consultant  who  provides  an  estimating  service  to  various 
clients.  The  second  version  of  the  program  has  been  used 
since  May,  1987.  The  key  benefits  the  computer  assisted 
estimate  has  provided  are  access  to  a  large  data  base 
containing  accurate  and  consistent  information;  rapid 
performance  of  routine  ca 1 cu la t i ons ;  well  organized. 


complete,  and  neat  reports;  and  more  and  better  analysis 
of  information  contained  in  the  estimate,  such  as  the 
material  breakdown  and  the  overhead  summary. 

The  primary  application  of  the  computer  assisted 
estimate  has  been  producing  worksheet  estimates.  This  will 
continue  as  the  program  is  fine  tuned  and  the  program  user's 
gain  familiarity.  The  spreadsheet  estimate  has  significant 
value  in  that  it  provides  to  the  clients  on  magnetic  media 
the  worksheet  format  they  are  currently  using.  They  can  then 
use  the  power  of  the  computer  to  complete  their  estimate. 

Computer  assisted  estimating  shows  great  promise  for 
the  future.  It  will  continue  to  evolve  as  the  awareness  of 
its  potential  grows.  Hardware  and  software  improvements 
may  enable  the  computer  assisted  estimate  to  expand  to 
become  an  integrated  project  management  system. 
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APPENDIX  A 

THE  CQfIPLETE  ESTIMATE 

ESTIMATE  «OPi:SHEET 


CASE  STUDT  -  COMPLETE  FOPMAT 


CTv  [.imEN  weight  shop  HF:  ERECT  HR  DRAF  HR  M6T  HR  SFSA  UNIT  COST  MATR  COST 


f- . 

iLFOL:;; 

OF  EUS’INb  STEE.  roof  JOISTS 

-  DUG  SI 

fig'sl 

.5"  >  20' 

j‘-.C  'v 

3,500  LB 

28.1  S 

915  SF 

u .  lL 

/LB 

$912 

t’l 

j  Id 

■  i  •-  2’ 

.5“  1  13' 

33.1  SF 

760  LB 

..7  S 

19B  SF 

0.26 

/LB 

$19E 

-  P  p: 

’■  i  -  j 

u 

,!■  X  1;.3' 

2B.’  SF 

1,225  LB 

7.4  S 

160  SF 

0.27 

/LB 

$331 

"  L 

T  I 

1  ^ 

13  FT 

59  LB 

0.4  S 

15  SF 

0.22 

/LB 

$13 

RC 

3'; 

12 

15  FT 

68  LB 

0.5  3 

18  SF 

0.22 

/LB 

$15 

Q1  HGHT  STL  5,t;!  LB  42.0  S 


0  E 


0  D  0  M  1,307  SF 


TOWN 


OH  T44S  <504  <0 

NET  PRICE  $2,422 


$0 


$0 


$1,46S 


■  '.G.:  IL-GT’S  FGF  a;  unit  roof  curbs  -  DWG  1 


-  Z  ‘  .  j  1  "I 

20  6.5  ft 

637  LB 

7.6  S 

130  SF  0.22  /LB 

$140 

if 

■  '‘'i-T 

31  WSHT  STL 

637  LB 

7.6  S 

0  E 

0  D 

0  M 

130  SF 

OH 

$69 

$92 

$0 

$0 

$0 

$140 

NET 

PRICE 

$301 

r? 


Si 
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ESTIMATE  WORKSHEET 


CASE  STUDY  -  COMPLETE  FOPMA" 


DESCRIPT  I  OfJ 


BTV  DIMEN  WEIGHT  SHOP  HR  ERECT  HR  DRAF  HR  M8T  HR  SFSA  UNIT  COST  MATR  COST 


3.00  STRUCTUFAL  framing,  columns  at 

COLUMN  lINE  a 

t  n..-, 

m  i  t  j  L 

3  25.8  FT  1, 

548  LB 

10.1  S 

160  SF 

0.28  /LB 

C  10  <  15.3 

2  25, S  ft 

788  LB 

5.1  S 

128  SF 

0.25  /LB 

WF  «/top  C,  fls  dovn 

3  hole;  wed  ea  end 

OLE  TS  5  1  5  X  1/4 

2  26.5  FT 

828  LB 

7.5  S 

88  SF 

0.4  /LE 

’  also  noted  as  TS4x4xl/4 

PL  3/8 

2  0.48  SF 

15  LB 

0.6  S 

2  SF 

0.26  /LB 

conn  3/8x3\S.5  (3  holes' 

PL  3/4 

2  0.56  SF 

34  LB 

1.4  S 

2  SF 

0.26  /LB 

BP  fig  8x10  (2  holes) 

PL  1/4 

2  C.ie  SF 

4  LB 

1  SF 

0.25  /LB 

CP  fig  5x5 

EYP  BOLTS  fig  3/4  x  6 

4  PC 

0.1  S 

0.12  /PC 

4325  3' 4  w/NiW  fig 

12  PC 

0.1  S 

0.08  /PC 

fiQ  2  conn  to  existmc  WF  col 

1.6  S 

■*«  3 .  OC 


'ICE  SREAlCGyN 


SI  W8HT  STL  3,214  LB  2&.4  S 


OH  $288  $317 


0  E  0  D 


0  M  382  SF 


NET  PRICE  $1,582 


•v  4,00  ERECTION  OF  ITEM?  1,00,  2.00,  3,00 

2  IW  DAYS  208  E 
jU  ^  IW  ;  DAY  32  E 
fp  wficmo,  certified,  fiq  rig  fron  eusting  joists,  COL  A  next  to  street 


^,::i  TV-E  SI  WGHT  STL  0  LB  0.0  S  240  E 


PRICE  BPEAiDOWN 


OH  $1,580  $0  $8,360 

NET  PRICE  $7,950 


5.00  WELD  EXISTING  OH  DOOR  FITED  IN  CLOSED  POSITION 
:  IW  :  HC'jRS 


ESTIMATE  WORKSHEET 


CASE  STUDY  -  COMPLETE  FORMAT 


NC, 

OESCPIFTION 

QTV  DIMEN 

WEIGHT 

SHOP  HR 

ERECT  HR 

DRAF  HR 

MGT  HR 

SFSA  1 

UNIT  COST 

MATR  COST 

G  .  '■-  V 

PIPE  EuLLAPCS  -  :  REQ'D 

FIFE  4  ETT 

:  p  FT 

151  LB 

1.4  S 

16  SF 

3.27  /FT 

$494 

•loiKf'rt^  fill  not  uMluded 

i , : 

TG'ALE  Q 

1  WGHT  STL 

151  LB 

1.4  S 

0  E 

0  D 

0  M 

16  SF 

FF'ICE  BREAKDOWN 

OH 

$59 

$16 

$0 

$0 

$0 

$494 

NET  PRICE 

$569 

' .  00 

ANGlE  FF'AME  A’  NEW  CQNC  SLAB 

FOR  HYDROLIC 

DOOR  LIFT 

L  :  1  ;  ■  !'4 

1  3B  LF 

176  LB 

4.4  S 

36  SF 

0.22  /LB 

$39 

fio  5tL'f  '"'S  1  4' 

430 

0.04  /EA 

$17 

TC'AL:  G 

2  WGHT  STL 

176  LB 

4.4  S 

0  E 

0  D 

0  M 

36  SF 

pf::E  BPEAIIDOWN 

OK 

$37 

$55 

$0 

$0 

$0 

$56 

NET  PRICE 

$148 

3.00 

AfIG.E  f:a;i:  AT  ROOF  HATCH 
.  :  l/E  X  3  1/2  5  1/4 

12  LF 

70  LB 

1.4  S 

14  SF 

0.24  /LB 

$17 

L  4  X  3  1/2  X  1/4 

2  IN  2  HOURS 

14  LF 

87  LB 

1.7  S 

4  E 

13  SF 

0.3  /LB 

$26 

C  .  ' ' 

'O'A.E  0 

2  WGHT  STL 

156  LB 

3.1  S 

4  E 

0  D 

0  M 

32  SF 

PRICE  BREAi  EGWN 

OH 

$41 

$39 

$52 

$0 

$0 

$43 

NET  PRICE  $175 


- .  •  •  •  ■  -X-  ■> 


ESTIMATE  WORKSHEET 


CASE  STUDY  -  COMPLETE  FORMAT 


CE3.>iPT:0N 


QTY  DIMEN  WEIGHT  SHOP  HR  ERECT  HR  DRAF  HR  MGT  HR  SFSA  UNIT  COST  MATR  COST 


. : 

C  ALUMINUN  LADDcF  «  ^AoE  TC  R 

OOF  SCU 

TTLE 

1?  ■>  AL  FLAT  :/e  »  2  1/2 

2 

28  FT 

62  LB 

27  SF 

0.3B 

/LB 

$23 

^  AL  RC  1 

28 

1.4  FT 

36  LB 

10  SF 

0.22 

/LB 

$8 

■  _  AL  T LAT  3/6  X  2 

12 

1  FT 

11  LB 

5  SF 

0.37 

/LB 

$4 

1  ^  Al  ri-Ai  1  ''4  V  ^ 

6 

6  FT 

21  LB 

14  SF 

0.28 

/LB 

$6 

'•  ■*  “  AL  LA"^  i/4  ^  ;  1/L 

5 

8  FT 

18  LB 

12  SF 

0.27 

/LB 

$5 

F.AT  3/3  V  2 

i. 

1  FT 

5  LE 

1  SF 

0.22 

/LB 

$1 

,•  iv  fif:  A^  HH  MB  1/2  W/ETP  SHLD 

i  SHOP  -  LADDER  28  LF  @  .600 

12 

PC 

16.8  S 

1  SHD-'  CAGE  20  LF  E  1.751 

35.0  S 

1  m  ERECTION  2  IW  6  HRS 

12  E 

3.0C  TOTALS 

02  WiSHT  STL 

5  LB 

51.8  S 

12  E 

0  D 

C  M 

68  SF 

PRICE  BREAKDOWN 

OH 

$432 

$648 

$156 

$0 

$0 

NET  PRICE 

$1,283 

0,00  STEEL  CHANNEL  DOOR  FRAME, 

HEADER  FOR  DOOR  22 

C  12  >  20.7 

21  LF 

435  LE 

e.5  S 

62  SF 

0.28  /LB 

H  8  '  1  u 

1  7  FT 

70  LB 

0.6  S 

18  SF 

0.28  /LB 

FLAT  3/4  X  1 

20  LF 

51  LB 

1.5  S 

6  SF 

0.32  /LB 

FuAT  3/16  X  2 

10  1.33  FT 

17  LB 

0.7  S 

0 

0.28  /LB 

L  3  X  3  X  1/4 

3  LF 

15  LB 

0.5  S 

3  SF 

0.22  /LB 

fig  4  -  1/2  EKP  BITS 

0.1  S 

PAINT  -  1  COAT  RED  OHDE 

0.5  S 

ESTIMATE  WORKSHEET 


1 

NC. 

DESCRIPTION 

QTY 

DIMEN 

HEIGHT 

SHOP  HR 

k*" 

.  0( 

SIllL  GTmIP  -  1st  TO  2nd 

FLOOR 

:  E  >  i: 

4 

n 

J 

PT 

156  LB 

4.7  S 

L  :  ;  :  .  2  l:  .  2/3 

4 

A 

L 

FT 

68  LB 

1.7  S 

2  r 

8  0.222 

SF 

27  LB 

1.1  S 

P 

BP5  It  CP5  fiq  i'  V  8' 

P.  2 'It 

! 

Q 

SF 

69  LB 

1.6  S 

a^.:.  2'  :■ 

, 

dIG 

L  G  X  1  J 

A 

4 

14 

r. 

3&4  lb 

21.8  S 

SHOE 

P.AT  1/4  1  2 

24 

1.5 

FT 

61  LB 

15.4  S 

NO  RISER  PANS 

STRINGER  END  CONNECTION 

-4 

4.0  S 

HF 

1  -  uINE  -  6  LR 

6.0  S 

BOT  RETURN 

6.0  S 

INTR  F^AT  FE-jAN 

4.0  S 

I  -  .IN:  -  t  .T 

9.0  S 

V 

:  -  LINE  HALL  TERM 

3.0  3 

»*• 

2.5  E 

% 

FIR;  1  '.'4  S’G 

]  J 

LF 

39  LB 

0.9  S 

r\ 

»  "  •  i  • 

4 

G 

FT 

25  LB 

0.5  S 

■  U*'  J  .  1  ^ 

1 

w 

FT 

6  LB 

0.3  S 

HF  brackets 

>4 

PC 

0  LB 

A 

■iS'ENE" 

10c 

PC 

0.3  S 

CASE  STUDY  -  COMPLETE  PORMAT 


COST  HAT?  CO 


OTHER  MATEJIAL  el  -•  BES  LE 
ERECTION  :  lu  ;  DA'C 


\  \  : . 

»  ^ 

02  UGHT  STL 

908  LB  82.8  S 

32  E 

0  D 

0  M 

0" 

r5l  $1,034 

$41& 

$0 

$0 

k 

V 

"  .S-  .  ■ 

I  ^ 

■  D'A"TiN'j,  i‘1AmA'jci1£N T  FOR 

1  LRAFTSMEN  2  DAYS 

MANAGE  SITE  VISIT,  FIELD 

ITEMS  1C  It  11 

MEASUREMENTS 

NET  PRICE  $ 

2, 466 

14  D 

3  M 

A  i  *- 

OY  TOTALS 

02  HGHT  STl 

G  LB  0.0  S 

0  E 

14  D 

3  M 

1 

I LG  BFt.Ai  L^i4N 

OH 

$191  $0 

to 

$169 

$54 

A 

NE’  PRICE 

$412 

■» 

►  '  ,% 

1  ^ 

^  >>■ 

« 

58 

L 

■  ^ 

L 

0 

V  ■  V  .r  - 

. M 

***^^  "w'* 

20 

SF 

0.25 

/LE 

$2S 

9 

SF 

0.24 

/LB 

$16 

4 

SF 

0.26 

/LB 

$7 

18 

SF 

0.25 

/LB 

$17 

46 

SF 

0.25 

/LB 

$91 

0 

0.28 

/LB 

$17 

0.6  /ET 
0.22  /LB 
0.28  /LB 
0.85  /LB 
0.02  /PC 
0.25  /LB 


echpap 

- r  ^ • 

CASE 

ST'JLV;  ease 

BID  ERECTEL 

ITENE 

1 

3h:- 

w  3^ 

h  C  'J  P  3 

Oh 

NAT. 

NE 

d:5:pip’:g:. 

E> 

ETC 

EHOP 

ERECT  DRA 

■;  HANAGE 

COST 

COST 

PRICE 

v! 

*  - 

‘::?.'g-;;n;  z-  Z'lZ'i/^z  ?t:e. 

L; 

I  I  c< »  1 

PC.ij 

0 

■i  0 

$449 

$556 

$1,419 

■;:■  ;c:pt:  -  ci-i  s; 

i 

'• 

A^■i.[  ?J->:”E  roF  a:  umt 

..‘Cl  “  j*tO  . 

01 

tZ" 

7.b 

(' 

0 

$£9 

1140 

$30; 

E"F  :r.P^-  rpAniNG,  CC.GIfJ;  A* 

L.  4 

C.C'IA 

Jl.  4 

0 

0  c 

*288 

$977 

$i,5e; 

■;:jjia  jn£  a 

■! .  0 : 

EPE'IIGN  GF  ITEriE  1.00,  E.uO, 

Q1 

0 

0 . 0 

240 

y  0 

tl,590 

$0 

$7,950 

E:- 

] .  00 

!.0:' 

WEl:  E'lE^N:  E-  EGGP  PIXEL  IN 

01 

0 

0.0 

4 

0  C 

ill 

$0 

$133 

:,,i; 

E-EEEL  PGEI’IGN 

ANG^E  PPAME  AT  POOF  HATCH 

c: 

15t 

3.1 

4 

t4I 

$43 

$175 

iT. 

A-'riN’:-  CAICEP  -.'CAGE  TC  PGC' 

r  * 

c 

J 

51.8 

12 

0  0 

4432 

$47 

$1,283 

£m 

t  L  "I"  mI^E, 

c; 

58T 

10.4 

0 

0  0 

194 

$16S 

$392 

h  1  li  L  :.  r  •  ,  ■•  J  ,  -  '  ,  » 

:“:e.  ;••:•  ;:;  •:  .sc  -loop 

n ' 

U.. 

90E 

e:.b 

*. 

Jt. 

0  0 

»751 

$264 

$2,466 

I  “AmAijc  •  G?  lO  '!•  11 

g: 

0 

0.0 

0 

14  3 

$191 

$0 

$413 

& 

rCFAL- 

ll.lEE 

224.1 

282 

14  3 

$3,932 

$2,195 

$16,111 

SCHED  Q1 

•“.C 

LJ 

$240 

HAULIN8 

$585 

8.07. 

$1,336 

PROFIT 

$1,336 

m 

NOT  APPLICABLE 

STATE  TAX 

$0 

CONTINGENCY 

$200 

OTHER 

$200 

$5,708 

TOTAL 

*  4  r  *1  *' 's 

7  iCi 

»  *  •_«  “  «  '>  "_*»  "^n  *  “^j»  *-•*  “>  ■',/•  V*-  *«*  ' 


MATERIAL  BREAKDOWN  FOR;  CASE  STUDY:  BASE  BID 


MATERIAL  DESCRIPTION 

ERECTED  ITEMS 
QUANTITY 

PL  3/lb 

4,338 

PL  2/B 

1,267 

RD  3/8 

126 

L  3  X  3  X  1/4 

652 

W  10  X  30 

1,548 

C  10  X  15.3 

789 

TS  5  X  5  X  1/4 

828 

PL  3/4 

34 

PL  1/4 

4 

L  3  1/2  X  3  1/2  X  1/4 

70 

L  4  X  3  1/2  X  1/4 

87 

AL  FLAT  3/8  x  2  1/2 

62 

AL  RD  1 

36 

AL  FLAT  3/8  x  2 

11 

AL  FLAT  1/4  x  2 

21 

AL  FLAT  1/4  x  1  1/2 

18 

FLAT  3/8  X  2 

5 

C  12  X  20.7 

435 

W  8  X  10 

70 

FLAT  3/4  X  1 

51 

FLAT  3/16  X  2 

17 

C  6  X  13 

520 

L  3  1/2  X  3  1/2  .  3/8 

68 

FLAT  1/4x2 

61 

PIPE  1  1/4  STD 

88 

RD  5/8 

25 

FLAT  3/8  X  1  1/2 

6 

60 


i 


•> 


•> 

TiJFIHAf '  SmlET ; 

•:a3E  eA5-  B;[  DEJVEf 

''L[  I'Ef': 

h'  E  IJ  P  E  3H 

1A': 

v"  * 

■ 

’■- 

EPEE'  D^A"  fiANA-E  ::E' 

CCE’ 

f-p : :  E 

^  =  ;  :  '::■:  ::  ;:;  ;.4 

(■  iV: 

$A>4 

- 

--nr:  'Cf  4.4 

E  1  il' 

$5l 

i  Nb 

f 

s.e 

0  0  P9E 

$550 

$7I£ 

3CHED  Q!  0  $C 

HAULING 

$(; 

V. 

B.o:  $57 

PROPIT 

$57 

m 

ng:  applicable 

STATE  TAX 

$0 

$0 

OTflEt' 

$■■ 

$153 

TOTAL 

$775 

NATERIAL  BREAKDOWN  FOR:  CASE  STUDV:  BASE  BID 
DELIVERED  ITEMS 

MATERIAL  DESCRIPTION  QUANTITY  (LB) 


PIPE  4  STD 
L  3  X 


1/4 


151 

17B 


EHEE^ 

ETJOv  E:':,j: 

r  ’  r  r  ■  - 

A.,': 

H  r  ;  f  E 

OF 

NAT. 

N[’ 

1 

f, ' 

[C' 

-  T 

5ri']‘^ 

iri  ; "  L-a 

■]r 

203' 

::::: 

»  1 ,  ’ .  : 

i  ,  v 

•1  il*-  ."■  .  i.f. :  C-  ,N:;  i. 

.  ,  >  1 

JO 

■V 

:::ri  -  ;; 

t  * 

^Nj.I  r  3;  jS:’’ 

“1 « 

^  7  ^ 

~7i 

'■ 

ft? 

*  1 4 1; 

$301 

i 

:  ^ -  Jr  A_  ,  "'A^lNui  LQlU^'N:  n 

u  * 

M  1  ^ 

Jt.  A 

i.' 

tlLl 

5?" 

$1,532 

:G.uiir,  .:m  ^ 

•t  ,  i 

EREG'^IDN  or  lEEHE  l.iu.,  2.0^., 

ts  . 

1  j  - 

■' 

;;,E: 

$'.; 

$',95'- 

g 

3  . 

■-■  A"iuLi  ■  ^  hTi  a.  kUj:  rifih.  - 

•  c  ■ 

:. ; 

4 

$4; 

$43 

;:’5 

i.J1!NU“  LAEEEf  u.GAGE  !C  POOE 

ECJ'^-E 

q: 

J 

J 1 . 3 

12 

(  il 

$402 

$47 

$1,283 

* 

.nANNEu  COOF 

L^' 

5B-’ 

10.4 

C' 

0  0 

$94 

$133 

$392 

-EAEEc  ■;=  eg::  :: 

“jk 

’"A!^  ■•  l:t  '3  I'K  '*Cj" 

^  «s 

cfie 

BE.E 

*. 

0  0 

$’o: 

$234 

5:,4EE 

'  *' '  «  E.  1  E  . '  7  .  • 

' 

1) .  0 

(,' 

.  **  « 

$19! 

$; 

$413 

*  ^  T  J 

'  j  ■ 

1  i ,  • '? 

224.1 

^Ar‘ 

^00 

4  i  '^ 

$0,905 

$2,195 

$15,9^9 

K  . 

k 

i 

i 

SCKED  02 

34 

$342 

HAULING 

V"93 

3.  or. 

$1,342 

Pf:04 : : 

$1,342 

« ' 

‘  «!. 

NOT  APFIIC 

ABLE 

STATE  TAJ 

$0 

n 

1 

$0 

OTHEF 

$C 

¥j! 

1 

15, 53- 

total 

$13,113 

c*; 


i 

v;  hater lAL  BREAKDOWN  FOR:  CASE  STUB'': 


m 

MATERIAL  DESCRIPTION 

EJCLUOE  ITEK  5 
QUANTITY  i 

IP 

Fc 

Rl  3 -'IE 

4,339 

F.  3/8 

1,267 

'  % 

RD  3/8 

126 

L  3  1  3  I  W4 

652 

U  10  X  30 

1,548 

C  10  X  15.3 

789 

TS  5  X  5  »  1/4 

828 

w.-' 

PL  3/4 

34 

FL  1/4 

4 

fo 

L  <« 

L  3  1/2  X  3  1/2  X  1/4 

70 

*•- 

L  4  X  3  1/2  X  1/4 

87 

At  FLAT  3/8  X  2  1/2 

62 

At  FD  1 

36 

Al  FLAT  3/8  X  2 

11 

u' 

al  Flat  i/4  i  2 

21 

AL  FLAT  1/4  x  1  1/2 

18 

FLAT  3/B  X  2 

5 

■ 

C  12  X  20.7 

435 

H  8  X  10 

70 

0  , 

FLAT  3/4  1  1 

51 

«  • 

FLAT  3/16  X  2 

17 

C  8  X  13 

520 

L  3  1/2  X  3  1/2  X  3/8 

68 

1 

FlAT  1/4x2 

61 

IF 

114  STD 

89 

PD  5/3 

25 

FlAT  3/8  X  1  1/: 

6 

m 


MATERIAL  BREAKDOWN  FOR:  CASE  STUDY: 

EXCLUDE  ITEM  9 

MATERIAL  DESCRIPTION  QUANTITY  (LB) 


PL  3/16  4,339 
PL  3/B  1,267 
RD  2/8  126 
L  3  X  3  »  1/4  652 
U  10  X  30  1,548 
C  10  X  15.3  789 
TS  5  X  5  X  1/4  828 
PL  3/4  34 
PL  1/4  4 
L  3  1/2  X  3  1/2  X  1/4  70 
L  4  X  3  1/2  X  1/4  87 
C  12  X  20.7  435 
U  8  X  10  70 
FLAT  3/4  X  1  51 
FLAT  3/16  X  2  17 
C  6  X  13  520 
L  3  1/2  X  3  1/2  X  3/8  68 
FLAT  1/4x2  61 
PIPE  1  1/4  STD  89 
RD  5/8  25 
FLAT  3/8  X  1  1/2  6 


•■IJ.  Z-::  .'ij  Oh  DODP  FHED  IN  Q1  0 

ilciio  -:o’':on 

■'  F''"  ^  ■•^._'  r'A'^'_‘;  Q*:  Ijc 

.a:de:  W'Oage  to  roqf  q;  5 


4  c  0 


4  0  (I 


12  0  0  $402 


0,o34  lOl.i' 


SCHED  Q1 


$2, 306  $1,7 


$144  HAULING 


$'.,050  r'Ro'r 


NOT  APPLIOABLE  STATE  TAX 


$0  OTHER 


$4,005  TOTAL 


‘v*  't-  V  "v  ' 


i 

w 

MATERIAL  BREAKDOWN  FOR: 

CASE  STUDY:  EJCLI 

^  • 

ITEMS  10,  11,  12 

MATERIAL  DESCRIPTION 

QUANTITY  (L 

APPENDU  B 


THE  WORKSHEET  ESTIMATE 


TSTIMATE  WORKSHEET 


CASE  STUD'  -  WDRI  SHEET  nF>;; 


eeetp:- 'ijK 


OT^  dimeh  weisht  shot  hr  erect  hr  draf  hr  mst  hr 


UNIT  lOST  mate  COS' 


P:.  C-  E^IE'IHS  5TEE.  ROO''  JOISTS  -  DWb  Si 

V-.  s  50.8  SP  :,5C?  LE  28.1  S 


915  SF  i  'IBi 


SS.l  Sr  760  LE 


19B  SF  t  /LBR 


26.7  SF  ;,2:SlE 


160  SF  $  /LB$ 


IS  FT  59  LB  0.4  S 

IS  n  68  LE  i;.5  S 


IS  S'"  $ _ ''LB$_ 

18  SF  $  /LB$ 


Q;  WTHT  STL  S,S21  LB 


M  1,30"  SF 


NET  PRICE  $ 


■Q:  x:  UN.”  ROOF  CURBS  -  OWC  1 

20  6.5  FT  637  LB  7.6  S 


130  SF  i  /LB» 


ai  WGH"  STL  637  LB  S  E  E  H  130  SF 


$  $ 


NET  PRICE  i 


•  V  ■.*  V  ■''.'A  •  •  ■  ■  '■  •  '  v'  ■ 


•I  .'j  v''.-  ‘  -  “I*'-' 


SSN 


1 


Is 


I 

I 


ESTIMATE  «OFT  SHEET 


CASE  STUDV  -  WORKSHEET  FORMAT 


CTi  DIMEK  HEIGHT  SHOP  HR  ERECT  Hf  ORAF  HR  MG"  HR  SFSA  UNIT  COST  MATF  COST 


i 


i 


70 


JMNE  A’  CD  JOHN  .INE 
:  EE.E  F"  1 

h 

,04-:  lE 

1  '■  t 

180  EP 

J 

/LBS 

'  '“T  A  TT 

7SS  .E 

V  »  . 

c 

120  SF 

$ 

/LBS 

»•■  *  t ; r  . ,  ■  wT  j !'•' 

-  z  r  -  r  a  f'l  C 

■;j  "E  c  >  E  <  :  4 

*'  '«;  c  r’ 

SEE  l8 

C 

8E  SF 

J 

/LBJ 

i.  3 :  ri ; a;  TS4i 

4;;/4 

E  0.4E  3P 

!!  .E 

o.b 

s 

:  SF 

J 

/LBJ 

.rr  I  :  1 ; . : , :  :  no 

3  4 

:  0.5E  5P 

34  lE 

1.4 

S 

:  SF 

J 

/LBJ 

3- 

►  _  ;  i 

:  0.18  SF 

4  LE 

1  SF 

J 

/lbj 

:f  fi; 

E^*  “3-'’;  3-4  r  t 

4  F'C 

O.I 

s 

t 

/PCS 

-C-C  :  4  . 

i:  PC 

0.1 

s 

J 

/PCS 

’ ; :  *  : '■ ■  * :  -i ; =ti nc 

HP  cel 

l.t 

“ 

^  *  r  ’  -  . ; 

El  HSH"  STl  e 

s... 

_ E.._ 

...  f  — 

M 

3BE  SF 

s 

t  A ,  .  j  <»  'i 

OHJ 

t 

$ 

J 

J 

NET  PRICE 

4,00  ERECTION  or  ITEM;  l.OC, 
:  If.  IE  DAVS 

4  :.•  :  E’i^ 

•  rl:;';:,  Ct?':;  f;rd, 

2.00,  3.00 

‘ig  no  froi  tiistjfig  joists, 

COL  A  neiit 

208  E 

32  E 
to  street 

3,  ■:■  'c-A.: 

01  UGHT  STL 

0  LB___ 

s„. 

_ E.„_ 

...  D... 

....  M 

0  SF 

^  1  C  ^  Z  A ;  C  J  N 

OHJ 

S 

% 

$ 

J 

$ 

NET  PRICE  J_ 

«E>_3  cAlS^iN'j  0^  D.-j^  r 

.f*  -  ^ : 

UEE  IN  eLOSEC  POSIT 

ION 

4  E 

'  .  2  •  rt  w  Z 

c:  HG‘-'  STl 

s... 

_  E__., 

...  T'... 

.... 

0  SF 

'•[  .1  B'  '-Af  3 O"** 

OHJ 

$ 

$ 

J 

$ 

J 

NE" 

PRICE 

J 

ESTIMATE  HOPfSHEET 


CASE  STUDY  -  WOPI SHEET  FOPMAT 


DESIPI^TION 


DT^  CIMEN  HEIGHT  3H0f'  HP  EPEIT  HP  DPAF  HP  MGT  HP  SFSA  UNIT  COST  MATP  CDS’ 


ic.^APis  -  ;  PEO'C 


lOiKr^tr  f;ll  riot  ir'itludefl 


:  7  FT  151  LB  1.4  S 


IG  SF  $  /FTJ 


D1  UGH"  STL  151  LB 


E  D  M  16  SF 


sfEAiDouN 


%  t 


NET  PRICE  t 


AM.i  "PAMS  A’  NEH  con:  SLAB  FOP  HYDPQLIC  DOOR  LIFT 

A  i  36  lf  i76  lb 

T.p  itudi  :/3  V  4'  430 


’"AJ  Q:  WGHT  STL  176  LB 


:e  epea‘dohn 


NET  PRICE  $ 


AN').!  "Pams  a"  pdgf  hatch 


^  -  p 


:  :«  ;  ahup: 


C:  UGH"  STL 


NE"  PFICE  t 


-*•  m  " 


V  • 


36  SF  i _ /LB». 

t  '/EAt 


14  SF  t . /LB*. 

18  SF  *  /LB* 


ESTIMATE  WORKSHEET 


CASE  STUDV  -  WORKSHEET  FORMAT 


n:.  :ee:-:tmca  c’l 

DIMEN 

WEIGHT  SHOE  HR  ERECT 

HR  DRAF  HR  MGT  HR 

SFSA  UNIT 

COST  MA"?  ::s' 

:.'  i-uriNj*'  .a::E'  >.  :-.EiE  "t  rddt 

CUTTlE 

A  ^  r  L  A  ’  ^  ■  I  ^  1  '  ^  2 

2E  FT 

£2  LB 

2"  SF  S 

/LBt 

AL  p;  :  28 

1.4  FT 

3b  LB 

10  SF  $ 

/LB$ 

A.  t_a-  ,  :  i; 

1  FT 

11  LB 

5  SF  * 

/LB$ 

A:.  TlA'  ;'A  ^  2  6 

6  FT 

21  LB 

14  SF  $ 

/LBt 

AL  r.A"  ;  ■<  •-  ;  ;  2  5 

8  FT 

IB  LB 

12  SF  $ 

/LB* 

^t-A^  ^  V  2  *! 

1  FT 

5  LB 

1  SF  $ 

/LBt 

fu  AL  HF  ME  12  U/ETR  SHLD  12 

PC 

SHOP  *  lADDEP  j£  lF  @  .O'-''.' 

1G.8  S 

Shc^  :ase  ::  l'  ^  ;.’ci 

35.0  S 

ERECTION  2  :w  b  HRS 

12  E 

T.L’  TCTA.:  Q2 

WiSHT  STL 

5  LB_„ 

_ S _ 

..  E . D _ M 

68  SF 

-RICE  EREAiCjWA 

0H» 

( 

t 

$ . t_ . 

$ 

NET 

PRICE  t 

- 

.  ..  ji'  STEEL  CHANNE.  DOOR  FRAME,  HEADER 

FOR  DOOR 

*  *) 

1  *  .  • 

21  LF 

435  uE 

t.5  S 

62  SF  $ 

I'M 

W  S  ;  12  1 

7  FT 

70  c6 

O.B  S 

16  SF  $ 

/LS$ 

'.AT  3'A  »  1 

20  LF 

51  LB 

1.5  S 

6  SF  $ 

/LB$ 

FlA'  C.lrC  ■,  2  IC 

FT 

17  lb 

0.7  S 

0  $ 

/LB$ 

-  2  '  A 

3  LF 

15  LB 

0.5  s 

3  SF  $ 

/LB$ 

f;.3  4-12  E;:  f.'S 

0.1  S 

RAif,'  ■  ;  22A'  RE2 

0.5  S 

t 

. '  •  -  -  C  u «. 

HS-'*  S^ 

r 

E . D . M 

NET  PRICE  » 


jn  ^  -ji  - 


ESTIMATE  WORKSHEET 


CASE  STUDV  -  WORKSHEET  FORMAT 


KG.  DESCRIPTION  QTY  DIMEN  HEIGHT  SHOP  HR  ERECT  HR  DRAF  HR  MGT  HP  SFSA  UNIT  COST  MATR  COST 


!  1 . 00 

STEEL  STAIR  -  1st  TO  2nd  FLOOR 

PlAT 

C  6  »  10 

4 

3  FT 

15E  LB 

4.7  S 

20  SF 

$_ 

/LB$ 

L  3  1/2  \  3  1/2  X  3/8 

2  FT 

88  LB 

1.7  S 

9  SF 

» _ 

/LB$ 

PL  0/8 

8 

0.222  SF 

27  LB 

1.1  S 

4  SF 

t _ 

/LB$ 

BPs  4  CPs  fig  4*  x  8' 

P.  3 /IE 

1 

9  SF 

69  LB 

1.6  S 

18  SF 

$ _ 

/LB$ 

de.ik  3’  X  3' 

3T6 

C  6  X  13 

14  FT 

364  LB 

21.8  S 

46  SF 

t_ 

/LB$ 

SHOE 

FLAT  1/4  X  2 

24 

1.5  FT 

61  LB 

15.4  S 

0 

$_ 

/LB$ 

NO  RISER  PANS 

STRINGER  END  CONNECTION-4 

4.0  S 

HR 

1  -  LINE  -  E  LF 

6.0  S 

EOT  RETURN 

6.0  S 

INTR  PLAT  RETURN 

4.0  S 

5  -  LINE  -  E  LF 

9.0  S 

5  -  LINE  WALL  TERM 

3.0  S 

UR 

14  LF 

2.5  S 

PIPE  I  I  4  3TC 

39  LF 

89  LB 

0.9  S 

17  SF 

»_ 

/FTS 

R  D  5  '  5 

4 

E  FT 

25  LB 

0.5  S 

4  SF 

» _ 

/LB» 

plAP  3/E  V  1  1/2 

1 

3  FT 

6  LB 

0.3  S 

0 

$_ 

/LB$ 

UR  BRACKETS 

4 

PC 

0  LB 

$ _ 

/LB$ 

FASTENERS 

100  PC 

0.3  S 

$_ 

/PC$ 

other  material  I  8E5  LB 

43  LB 

»_ 

/LB$ 

ERECTION  2  IH  2  DAYS 

32  E 

1 1 .  OC’ 

'QTALS  Q 

4 

WGHT  STL 

908  LB... 

. S.... 

.  E.... 

...  D.... 

...  M 

118  SF 

PRICE  BREAKDOWN 

OHS 

S  $ 

t  $ 

% 

;:,0C  uRAPTINS,  MANAGEMENT 

I  DRAPISMEN  3  days 

FOR  ITEMS  10  1  11 

NET  PRICE  $ 

14  D 

manage  51 Tm  m 

lE.D  MEASUREMENTS 

3  M 

-  ’CTALG  82  WGH^  STL  0  LE  S  E  D  M  0  SF 


$  % _  $ _ i 

NET  PRICE  $ 


7  3 


PRICE  breakdown 


OHI 


% 


SUMflARY  SHEET: 


:ASE  STUDY:  BASE  BID  ERECTED  ITEMS 


DESCRIPTION 


SHOP  HGHT  HOURS  OH  MATE 

SCH  STL  SHOP  ERECT  DRAFT  MANAGE  COST  COST 


REINFORCING  OF  EJISTING  STEEL  Q1  5,E21 

ROOF  JOISTS  -  DWG  SI 

ANGLE  SUPPORTS  FOR  AC  UNIT  B1  637 

ROOF  CURBS  -  DWG  1 

STRUCTURA'  FRAMING,  COLUMNS  AT  B1  3,214 
COLUMN  LINE  A 

ERECTION  OF  ITEMS  1.00,  2.00,  Q1  0 

3.00 

hElD  ehsting  oh  door  fixed  in  Q1  0 

CLOSED  position 

ANGLE  frame  at  ROOF  HATCH  Q2  156 

ALUMINUM  ladder  w/CAGE  TO  ROOF  Q2  5 

3:jt\e 

E’EE.  CHANNE.  DOOR  FRAME.  82  587 

HEADE!  FOR  DOOR  22 

STEE.  S’AIf  -  ut  TO  2nd  FLOOR  82  908 

drafting,  manage  for  10  i  II  82  0 


TOTALS  11,129 . S 


HAULING 


STATE  TAX 


IT* 


HATERIAL  BREAKDOWN  FOR'.  CASE  STUDY:  BASE  BID 


MATERIAL  DESCRIPTION 

ERECTED  ITEMS 
QUANTITY 

PL  3/ lb 

4,338 

PL  3/8 

1,267 

RD  3/8 

126 

L  3  *  3  X  1/4 

652 

U  10  X  30 

1,548 

C  10  X  15.3 

789 

TS  5  X  5  1  1/4 

828 

PL  3/4 

34 

PL  1/4 

4 

L  3  1/2  X  3  1/2  X  1/4 

70 

L  4  X  3  1/2  X  1/4 

87 

AL  FLAT  3/8  x  2  1/2 

62 

AL  RD  1 

36 

AL  FLAT  3/8  x  2 

1; 

AL  F1.AT  l/'4  .  2 

AL  flat  1/4  .  1  1/2 

18 

FLAT  3/a  X  ; 

5 

C  12  i  20.7 

435 

u  8  X  :o 

70 

Flat  3/4  x  1 

51 

FlAT  3/16  X  ; 

17 

C  6  X  13 

520 

L  3  1/2  1  3  1/2  1  3/8 

68 

flat  1/4  1  2 

61 

FIFE  1  1/4  STD 

89 

PD  5/B 

FLAT  3/8  X  1  1/2 

6 

SUMNARy  SHEET: 


CASE  STUDY:  BASE  BID  DELIVERED  ITEMS 


DE5 '» [PT ION 


BC^.A-Dd  -  ^  ►cu  [ 
PfAME  PQf  H^DROJC 


SHOP  H6HT  HOURS  OH 

SCH  STL  SHOP  ERECT  DRAFT  MANAGE  COST 


HAULINb 
PROFIT 
STATE  TAJ 
OTHER 

total 


76 


MATERIAL  BREAKDOWN  FOR:  CASE  STUDY:  BASE  BID 
DELIVERED  ITEMS 

MATERIA.  DESCRITTION  QUANTITY  ILB) 


PIPE  A  STD 

L  J  V  3  >  1  M 


SUMMARY  SHEET: 


CASE  STUDY;  EICLUDE  ITEM 


SUHNARV  SHEET:  CASE  STUDY;  ETCLUDE  ITEH  9 


N 

DESiEITTION 

SHOP 

SCH 

UGHT 

STL  SHOP 

HOURS 
ERECT  DRAFT 

MANAGE 

OH 

COST 

MATE 

COST 

NET 

PRICE 

1 . 0( 

PE 1 N':  QP  EliSTINij  STEEL 

Q1 

5,621 

t 

$ 

$ 

:,oo 

Jc:s”  -  DUE  SI 

AN61.E  SUPPORTS  POS  AC  UNI^ 

01 

EoT 

i 

( 

-  ,v- 

ROOT  CURBS  -  DUG  1 

structural  erahinb,  coluhns  at 

61 

3.214 

i 

i 

$ 

COlUHU  cns  a 

ERECCGN  3P  ITEMS  1.00,  2.00. 

61 

0 

t 

i 

i 

I  .  ‘)0 

nEJ  EiISTINE  oh  DOOP  FHED  IK 

61 

(; 

t 

i 

i 

r  ,v- 

C:SEC  POSITION 

ANG.E  PRAME  AT  RODE  HATCH 

62 

156 

t 

% 

i 

st-:e.  Channel  door  prame, 

82 

587 

t 

$ 

i 

HEADER  PGR  DGGR  22 

S'EEl  EiTAIR  -  ist  TO  2nd  nooR 

82 

BOB 

i 

$ 

i 

1 1 .  Oi) 

drafting,  manage  items  1C  !.  11 

82 

0 

$ 

i_ 

» 

TOTALS 

U,124 

S 

£  D  M  $ 

$ 

SCHED  HR  » 

HAULIN6 

r.  $ 

PROFIT 

i 

£ 


W'lT'V'WVi 


I  <J  «  V 


I 


Ki 

m 

MATERIAL  BREAKDOWN  FOR;  CASE  STUDY: 

EXCLUDE  ITEM 

MATERIAL  DESCRIPTION  QUANTITY 

PL  3/16 

4,333 

PL  3/B 

1,267 

RD  3/8 

126 

63x3x1/4 

652 

W  10  X  30 

1,548 

C  10  X  15.3 

789 

* 

TS  5  X  5  X  1/4 

828 

PL  3/4 

34 

PL  1/4 

4 

r. 

L  3  1/2  X  3  1/2  X  1/4 

70 

> 

L  4  X  3  1/2  X  1/4 

37 

C  12  >  20.7 

435 

■-, 

W  8  X  10 

70 

FLAT  3/4  X  1 

51 

“  ^ 

FLAT  3/16  X  2 

17 

C  6  X  13 

520 

L  3  1/2  X  3  1/2  X  3/8 

68 

B 

FLAT  1/4  X  2 

61 

PIPE  1  1/4  STD 

89 

•> 

RD  5/8 

25 

FLAT  3/8  X  1  1/2 

6 

11 


► 


I 


I 


81 


IQ  DESCRIPTION  SCH 


1.00  REINFQRCEING  OF  EXISTING  STEEL  Q1 
ROQ"  JOISTS  -  DNG  SI 
2.00  ANGLE  SUPPORTS  FOR  AC  UNIT  01 
ROOF  CURBS  -  DWG  1 

3.00  STRUCTURAL  FRAMING,  COLUMNS  AT  01 
COLUMN  LINE  A 

4.00  ERECTION  OF  ITEMS  1.00,  2.00,  01 
3 . 00 

:.iX  WELD  EXISTING  OH  DOOR  FIXED  IN  01 
CLOSED  POSITION 

3.0:;  ANGLE  FRAME  AT  POO'  HATCH  02 


s.oc  Aluminum  ladder  w/cage  to  roof  q2 


MATERIAL  BREAKDOWN  FOR;  CASE  STUDY;  EXCLUDE 
ITEMS  10,  11,  12 


MATERIAL  DESCRIPTION 

QUANTITY 

PL  3/16 

4,270 

PL  3/8 

1,240 

RD  3/B 

126 

L  3  X  3  X  1/4 

637 

W  10  X  30 

1,548 

C  10  X  15.3 

78S 

TS  5  X  5  X  1/4 

828 

PL  3/4 

34 

PL  1/4 

4 

L  3  1/2  X  3  1/2  X  1/4 

70 

L  4  X  3  1/2  X  1/4 

87 

AL  FLAT  3/8  x  2  1/2 

62 

AL  RD  1 

36 

AL  FLAT  3/8  x  2 

11 

AL  FLAT  1/4  x  2 

21 

AL  FLAT  1/4  x  1  1/2 

18 

FLAT  3/8  X  2 

5 

83 


APPEND n  C 


welcome  and  data  input  screens 


tmtttmuntmmtnunttuunttmmttttnmtntttttimtttttt 


t  t 
t  t 
i  WELCOME  TO  ESTIMATOR  BY  CHRIS  REILIN8  t 
t  t 
t  i 


tmmumtntnmmtmutmttmmmtuttuttmmmmunt 


THIS  SECTION  OE  THE  SPREADSHEET  IS  USED  TO  INPUT  COST  DATA  AND 
OTHER  KEY  INPUT  VARIABLES.  SCROLL  DOWN  TO  REVIEW  OR  CHANGE  THE 
CURRENT  INPUT  DATA.  TO  RETURN  TO  THIS  DISPLAY  PRESS  [F5],  TYPE 
•INTRO’,  AND  HIT  [RETURN].  MOVE  TO  THE  DETAILED  ESTIMATE  WORKSHEET 
BY  PRESSING  [HOME]. 

A  DETAILED  EYPLAINATION  OF  THIS  PROGRAM  IS  GIVEN  IN  THE  USER'S 
MANUAL.  THIS  PROGRAM  SHOULD  NOT  BE  USED  WITHOUT  A  BASIC  UNDERSTANDING 


OF  LOTUS  1-2-3 

AND  THE 

USER'S 

MANUAL. 

SCHEDULE 

SHOP  LABOR  RATES 

(BY  QUARTERS) 

Q1 

DC= 

*12.00 

OH  B 

60.0X=  *7.20 

TOTAL 

= 

*19.20 

Q2 

DC= 

*12.50 

OH  e 

60.01-  *7.50 

TOTAL 

= 

*20.00 

Q3 

DC= 

*12.50 

OH  § 

60.01-  *7.50 

TOTAL 

= 

*20.00 

Q4 

DC= 

*12.50 

OH  S 

60.0X=  *7.50 

TOTAL 

= 

*20.00 

Y2 

DC:: 

*13.00 

OH  § 

60.0X=  *7. BO 

TOTAL 

= 

*20.80 

ERECTION  LABOR  RATES 

Q1 

DC= 

*26.50 

OH  1 

25.0X=  *6.63 

TOTAL 

*33.13 

Q2 

DC  = 

*13.00 

OH  0 

25.0X=  *3.25 

TOTAL 

= 

*16.25 

Q3 

DC= 

*17.00 

OH  e 

25.0X=  *4.25 

TOTAL 

= 

*21.25 

S4 

DC= 

*20.00 

OH  0 

25.0X^  *5.00 

TOTAL 

*25.00 

Y2 

DC= 

*15.00 

OH  0 

30.0X=  *4.50 

TOTAL 

= 

*19.50 

HAULING 

RATES 

Q1 

DC= 

*12.00 

OH  0 

80.0X=  *9.60 

TOTAL 

*21.60 

Q2 

DC  = 

*12.50 

OH  0 

80.0X=  *10.00 

TOTAL 

= 

*22.50 

93 

DC= 

*12.50 

OH  0 

80.0X=  *10.00 

TOTAL 

: 

*22.50 

94 

DC= 

*12.50 

OH  0 

80.0X=  *10.00 

TOTAL 

= 

*22.50 

Y2 

DC= 

*13.00 

OH  0 

80.0X=  *10.40 

TOTAL 

= 

*23.40 

DRAFTING 

DC  = 

*12.00 

GH  0 

85. OX:  $10.20 

TOTAL 

= 

*22.20 

MANAGEMENT 

DC-- 

*18.00 

OH  0 

90.0X=  *16.20 

TOTAL 

*34. 
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>V5 


k:'  -  .AN:"'''"  !Nf;'  DATA 


;a'-  iNr-  A-  A  DETINAL 


:  tfN'A.  ANf 

na'Pp;A'.  COST":  AND  THIJ;  HAVE 


N;  roP  [ACh  EID  AMEPNATE: 


BASE  SIP  -  SAnPLE  ESTINATE 


e::  A.^EPNA": 

" .  C  A_ T 1 PNA "E 
e::  altepnate 
s:c  a_’epna'e 
e::  a.-'epna'e 

c*-  A^TtPNA": 

e:p  al'epna'e 
e:p  altepna’e 
e:e  altepna^e 

SIP  ALTEPNATE 
BI[  ALTEPNATE 
SIC  A'.TEPNATE 
EID  A'.TEPNATE 
EIC  ALTEPNATE 
BID  ALTEPNATE 


ESTIMATE  FORMAT 

ENTER  ’UKS'  TO  CREATE  A  HOPE  SHEET  ESTIMATE  DP  ENTER 
■COMPLETE'  TO  CREATE  A  COMPLETE  ESTIMATE  OP  TO  CHANGE  A 
WORKSHEET  ESTIMATE  FORMAT  TO  A  COMPLETE  ESTIMATE  FORMAT, 

ENTER  'WKS'  OP  ‘COMPLETE’  COMPLETE 

NOTE:  PLEASE  CONSULT  THE  USER'S  MANUAL  EOF' 
INSTRUCTIONS  ON  HOW  TO  INPUT  DATA  AND  HOW  IT  IS  USED  IN  THE 
PPOGPAM.  THE  MANUAL  ALSO  CONTAINS  A  COMPLETE  EXPLAINATION 
OF  KEY  MACRO  COMMANDS  USED  By  THIS  PROGRAM. 


.V.  S''-*.-'-  ■v'.'vV- 


APPEND II  D 


!  C”* 

MACRO  LIBRARY 

■ 

\M 

(MACRO) 

<===  CALLS  ’MACRO'  SUBROUTINE 

1  " 

,  " 

\C 

/WCS 

<:zr  SETS  UP  TO  CHANGE  COLUMN  WIDTH 

; 

MACRO 

/RNLR' 

<===  CREATES  A  MACRO 

.  * 

\0 

{BEEP1/WWC{GOTQ)\0'{L} 

<===  AUTOEXEC  MACRO  THAT  BEEPS  TO 

ft 

(BEEPXENDXDXMACRO) 

LET  THE  USER  KNOW  THAT  THE  FILE 

/HCO{HOME).{R  15)' 

HAS  BEEN  RETRIEVED  AND  TAKES  THE 

/HCH{HOME).{R  15)' 

USER  TO  THE  INTRODUCTION  SCREEN. 

{BE£P)(6QT0) INTRO' 

(BEEP) 

■V 

\y 

{HOME){D  12)/UUH/UUU 

<«=  OPENS  WINDOW  AND  LABELS  OTHER 

{GOTa)\H'{L){END){D) 

\W  MACRO. 

,  * 

{MACRO){HINDOH){GOTO) 

CHALK'IMINDOWXGOTQ) 

' 

CURLINE' 

it 

\N 

/H«C(80T0)\«'{L){£KD) 

<===  CLOSES  WINDOW  AND  LABELS  OTHER 

(U){MACRO){GOTO}CURLINE' 

\H  MACRO. 

! 

\T 

/XG{’)' 

<”=  MACRO  USED  TO  TEST  OTHER 

MACROS  AND  SUBROUTINES  AT  ANY  POINT 
IN  THEIR  SEQUENCE.  THIS  MACRO  ALSO 
PERMITS  THE  USER  TO  DIRECTLY 
EXECUTE  SUBROUTINES. 


\A  '(ENc;(L!;p;  <===  takes  inputted  item 

/RNDCURLINE'  DESCRIPTION  FROM  THE  WORK  AREA  AND 

/RNCCUf-iNE"  USES  IT  TO  ETTRACT  DATA  FROM  THE 

/REC012!..C0I30'  DATABASE.  FORMULAS  ARE  ADDED  AND 

/C'DESCRIBE'  THE  DATA  IS  SENT  TO  THE  WORK  AREA. 

/DBEG/RUOUTPUTR' 

(IF  BF8=0)/I6CK56' 

/CBbl0..BQ10'B68' 

/i;B110..i:A10'BX8' 

/CBT10..BU10'BTB' 

(IF  CS84r*UK3')/CBV10'BV8' 

/RUCQf'VOUTPUT' 

/CCOPYOUTPUT" 

/CREHARKS1'C0121' 

/CREMARKS2'CQr22' 

/CREMARKSS'C0123' 

/RJCQ121..i:ui30' 

(R  5)/RF,0" 

(R  3}/RF,r'{R)/PF,0' 

(R  S)' 

(R  9)/PF8i:2'{R:) 

/RFCO'IR)' 

(L  221/RF"(U>'(R}{CALC} 

NF  /CNOTFOUND'COi:i'  <«-  SUBROUTINE  THAT  IS  CALLED  WHEN 

(RIITEM  NOT  FOUNDLL)  AN  ITEM  IS  NOT  FOUND  IN  THE 

(CALCXRETURN)  DATABASE. 

COUNT  1  4.00  <s"  COUNTERS  USED  IN  'FOR'  LOOPS 

COUNTS  AND  AS  LOCATIONS  FOR  TEMPORARY  DATA 

COUNTS  . STORAGE  DURING  LOGIC  OPERATIONS. 

C0UNT4  FLAT  3/8  x  2 
COUNTS 


REPEAT  (SETNUMBER  'HON  MANY  ITEMS  TO  YA^  :’,C0UNT2}' 

(U) 

(FOP  C0UNT1,0,C0UNT2-1,1,REFEAT1) 

(BEEPXBEEPXBEEP) 

A 

REPEATl  (DXYA)  <—  ‘REPEAT’  AND  ’REPEATl' 

(RETURN)  SU8R0UTNES  ARE  USED  TO  REPEAT  ‘YA* 

MACRO  COMMAND  A  USER  SPECIFIED 
NUMBER  OF  TIMES. 


{END}{L)\-'/C'.(P  28)'  TOIAlS 

{D){R}TOTALS{L)  PART  OF  THE 

/RECOIOL.CHISO' 

;CTOTALTEni'C0122' 

8SUM({U  2).{END>(U)P))' 

(EDIT) {HOME) 

8IF($CS$84='HKS’, 

" _ ’.{END})' 

/C'{R  i0).(R  18)' 

{R  3}’B’{R  6){EDIT) 
a  2}{ABS){L  25)..'/Rf,l"{R>S 
{R}{EDIT}{L  2){ABS){L  25}._'/RF,0"{R}E 
{RXEDITXL  2){ABS)'/RF,0"{R>D 
{R}{EDIT}{L  2}{ABS}'/RF,0"{R}H 
{R>/RF,0"{EDIT}{BS){L}{ABS} 

(HOHEXDEL  27}'{R)SF{R) 

/RETRl'lR  2}{EDIT}{H0HE){R  18) 
»{DEL}{END){L  2){ABS)'/RFCO" 

/M'TD  3}'/WCD{R  3)' 

{R}{EDIT}{BS}{L  8}{ABS) 

{HQM£){DEL  27)'/RF,0" 

/M'TL  20)'/HCH' 

(L  15)LB(L  3)HSHT  STL 
!L  4}’ll’{D  3}{R} 

PRICE  BREAKDOUNTR  4)0H 
{R)iir($CS»84=‘HKS", 

•$ _ '(eVLOOKUPCTU  3) 

(L  4){ABS),$SR,6)I{U  3){R  3}{ABS}+ 
8VL00KUP({U  3}{L  4>{ABS),$ER,6)t 
(U  3){R  5){ABS}+CU45{ABS>»{U  3) 

(R  7)(ABS>+CU47{ABS)t{U  3)<R  8) 

{ABS)+{U  3}{R  19})'/RFC0" 

{R  3)81F(*CS$84='WKS',** _ 

(LI  3}{ABS}»§VL00KUP({U  3) 

(L  7){ABS),$SR,2))'/RFC0" 

{R  2}§ir($CS$84=’WKS’,'$ _ ", 

{IJ  3I{ABS)T@VL00KUP({U  3) 

(L  9}{ABS),$ER,2))'/RFC0" 

{R  2) 

eiF(tCSIB4="HKS',*$ _ ", 

(U  3>{ABS)nC9$45)'/RFC0''{R  2) 

eiF($CS»B4='HKS’,"» _ ", 

(U  3){AB3)»»C9$47)'/RFC0"{R  2) 

(D  2}{L  6) 

BIF(tCS$84="HKS","» _ ", 

§SUM({U  2){L  5) 

9){ABS)))'/RFC0" 

:l  4)  NET  PRICE 
{BIGLEFT){END){U)/pFF"{CALC} 


totals  selected  item  values  as 

PART  OF  THE  DETAILED  ESTIHATE. 


FINAL  (SETlABEl  'DID  VOU  HAKE  A  COPY"'  lY/Nl  ■.COUNTII 
;iF  couNri.'‘r*;/T3;ay:^ 

ISEILAEE.  "DO  YOU  WANT  TO  ERASE  THE  DATA  BASE'  (WN)  ^COUNTE 
:iF  C0UNT2=*Y')/REBA1..i:D80OO' 

/RNCMARFSS'DFIO'  SUBROUTINE  TO  PERFORM  INITIAL 

/RNCHARYMB'EEIO'  SETUP  OF  THE  SUMMARY  SHEET  AND  THE 

/RNCMARRSS'ID  5)'  MATERIAL  BREAKDOWN  SHEET.  ADDS 

/rSSTEMP'MARKSS'  TITLES  TO  THE  FIRST  SUMMARY  AND 

IGOTQIMARKSS'IR  bllVLOOKUP  MATERIAL  BREAKDOWN  SHEETS. 
(1,ALTTITLES,3''/RV"  ESTABLISHES  THE  INITIAL  LOCATION  0 
/RNCMARKMB'ID  5)'  THE  FLOATING  RANGES  ON  NEW  SUMMARY 

/CMBTEMP'MARKMB'  SHEETS  AND  NEW  MATERIAL  BREAKDWN 

{80T0>HARKMB'{D}{R>eVL00KUP  SHEETS. 

(l,ALTTITLES,3)'/RV" 

/WCDIHOMEI.IR  15)' 

/RNCFLOATSS'DFI' 

/RNCFLOATHB'EEl' 

/RNCFLOATHKS'A2' 

>>F2  (GOTOTMARKSS'ID  5)/RND 

FLQATSS'/RNC 

FLOATSS"{GDTO)MARKMB'{D  5) 

FINAL2  /RNDFLOATMB'/RNC 
FLOATMB" 

(LET  COUNT!, -I } 

.>>ALT  (LET  COUNT!, COUNTl  +  l) 

(HOME) 

{CALC) 

CO) 

FINALS  (H0ME}{R  COUNT!)  <===  THIS  SUBROUTINE  IDENTIFIES 

FINAL4  {END){D)/C'C0UNT2'  ITEMS  TO  BE  INCLUDED  IN  EACH  BID 

->F4  (IF  eVALUE(C0UNT2)=O)/T6CK2  ALTERNATE.  DATA  IS  CATEGORIZED 

(IF  C0UNT2=*I*)/1(GCK!64'  AND  SENT  TO  EITHER  THE  SUMMARY 
'|{R  16-COUNT!)  SHEET  OR  THE  MATERIAL  BREAKDOWN 

/C.{R)'FLOATSS'  SHEET.  THE  FLOATING  RANGES  SERVE 

/RN''FLOATSS'{R  2)'  AS  A  'TARGET'  TO  AIM  THE  DATA. 

(R  6) 

FINAL6  {D)/RV'C0UNT3' 

{IF  @VALUE(C0UNT3)=O)/XGCK!7!' 

{IF  C0UNT3=CV5}/)(6CK262' 

:>FE  {IF  C0UNT3>0)/1(GCK179' 

FINALS  /RNDFLOATWKS'  <===  SUBROUTINE  TO  TAKE  DATA  FROM 

/RNCFLOATWKS"  THE  DETAILED  ESTIMATE  AND  SENDS  IT 

{L  5)/C'C0UNT4'  TO  THE  MATERIAL  BREAKDOWN  SHEET. 

{GOTO)FLOATM8'{U) 

FINAL7  {D)/C'C0UNT5' 

{IF  @VALUE(COUNT5)=0)7CCOUNT4"/X6CK!94' 

(IF  C0UNT4=C0UNT5)/1(8CK!94' 

F7  :iF  ,0UNT4;>C0UNT5)/T6CK!83' 

(HOME) ERROR  FINAL7' 

(QUIT) 


{GOTO)FLOATSS'  <=: 

Ju:  SUI 

\-VL"-.{F  19)'  ANI 

:d  2}{R)'Totals{F  2:  al’ 

§3um.:y  :}.:u  cv6)) 
{EDITllHOIIE} 

eiF(tCS»B4-‘'WKS”,*  *, 
{END1)'/RF,0" 

/C'.IR  13}'{EDIT) 
:BS){HQ(1E}{DEL  28)' 

;r}!edit}{hqme){p  25) 

{L}S'/RF,1" 

{R){EDIT}{HQNE}{R  24}E' 
{RXEDITKHQHEKR  24)0' 
{R){EDIT}{HONEKR  24)H' 
{Rl{EDIT}{HONE}{R  15XR  3) 
$_'/RFCO'{R  2)' 
{R):EDIT1{H0ME){R  15KR  3)$.' 
{R}{EDIT'/{HQHE1{R  15){R  3)$”' 
ID  2)AIF($CS$84=‘WKS', 

■*.. . ‘.eVLOOKUP 

(IL  4)’,HR,g)’t(L  4})'{L1 
HAULINGIL) 

BifHCS$84=*HHS‘,‘$ . •, 

eVLOQUUPdl  4),HR,6)i{r2})' 

IL  3}'SCHED{R)'„„{R},„  HR 
ID  2)'„..l  IR)  '  '  * 

«IF«CS$84-*UKS',‘$ _ •, 

({R  2){U  4)+{R  2){U*2)mL  2)) 
(R)PRQFIT{R}+{1  2)' 


<===  SUBROUTINE  TO  TOTAL  THE 
SUNNART  SHEET  FOR  A  BID  ALTERNATE 
AND  SET  UP  TO  SEARCH  FOR  THE  NEH 
ALTERNATE. 


STATE  TAUL  2)\.:R  2){D  2) 

OTHERID'i _ [.IR  2>+(L  2}' 

a  3;\.'{r'3}{T2) 

@IFi$CS$84=*HKS’,'$ _ ■, 

BSUMdU  2}.{U  8)))' 

/C'lL  2)'/RFC0'IU  8)(L  2)' 
/RNCMARKSS" 

/RNCNARKMB'ID  3){END){D> 

/CSSTEHP'MARKSS' 

ISOTOIHARKSS'IR  BimOOKUP 

(C0IJNT1*2,ALTTITLES,3)'/RV" 

/CHBTEHP'HARRHB' 

IbQTQlHARCNB'IDlIRieVLOOHJP 

(C0UNT1‘2,AlTTITLES,3)'/PV" 

IGOTOIHARKSS'ID  5//RND 

rLOAT£3''PNC 

-.GAT53":G0'0>NAR|!HB''.[  5' 
■RNDrLOATHB''RN: 

'.OATNB" 


DAT«»5'  .===  SUBPDJTINE  that  adds  the 

•t.  'TGTQl'LGATHrS'  iGCU::'  WEIGHT  OF  3IHILAF  HATERIAL  TYPES 

TOGETHER  OH  THE  HATERIAL  BREAKDOWN 
SHEET. 

:d::l  s;.;:r  isi'r.OATSE'  subroutine  to  send  selected 

/RNCFluA'SS'IP  15:"  ITEH  TOTALS  TO  THE  SUHHARY  SHEET 

ID  D::P  Cl/C'FLOATSS" 

/RNCFLQATSS'IR}' 

.P  15:/C'-FlDATSS' 

/rncflSa’ss'ir;' 

:D  2);l  lOI/C'FLOATSS' 

/RNCFLOATSS'lO  CllL  19}' 

/ T GCt  IE"' 

IGETLAEE.  ’ENTER  'A'  TO  ADC  OR  DELETE,  OR  'H'  TO  HODIFY  AN  ITEH 

iiF  cqunti-'a';;acd:tem: 

::F  CCL'NTb’H'ilHODITEH:  .===  sets  up  to  hocifv  the  data  base 
iquit; 

ADI'i’tEH  LSETLABEl  ’DON’T  FORGET  TO  CHANGE  THE  DATA  INf'uT  RANGE  (/DQI)  H 

{GQto)bei3'(Qliit: 


HCDITEH  (GETlABEl  'ENTER  THE  ITEH  TO  BE  HODIFIED.  ’.COUNTi; 

IGETlABE.  ’WHEN  DONE,  PRESS  ESCAPE  THEN  'Q'-  HIT  RETURN  TC  CONT 
,C':OUNTl'DESCRIB£' 

/OQF 

HIDE  (VIEH}/HCH(HOHE).{R  15)'  <"=  MACRO  TO  HIDE  FIRST  15  COLUMNS 

.:e-  /wi:c;hqme:.:r  is:'  ===  macro  to  display  first  15 

ihome:  columns 

c  :end;:.; 

3.-;end;:d;:i':' 


^  ■  i 


------  HACRC  10  hove  detailed 

:':*^A’E  DOWN  ONE  ROW. 
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